FFY 


Rhode Island Department of Transportation 


Projects and Schedules 


InsertA 


RHODE 
WORKS 


October 30, 2023 


(stlor 


Driven to get you ther. 


Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs 
for the life of the project. Initial budget reflects the budget at the time the 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) 
was provided to the Contractor. If Initial Budget is blank it is because the 
project is pre-NTP. Projected budget is the current budget at the close of 
the current quarter. Difference displays any variance (+/-) between the 
Initial Budget and the Projected Budget. Projects trending under budget 
will be highlighted in green, those trending over budget will be highlighted 
red. 


Spent: Provides the actual values billed to the project to date. 


Schedule: RIDOT publishes an updated schedule to identify key milestones 
for a project. Advertise is when the contract documents are complete and 
the project is advertised for bids. Notice to Proceed (NTP) is when the 
construction contract is awarded and work may commence (the date of 
the purchase order). Site Active estimates when construction activities will 
physically begin for the project. Complete identifies the point in time at 
which the project may be deemed substantially complete, and ready for use 
by the general public. Completed phases will be shown with full dates and 
shaded fields. Status identifies the current phase the project is in: Design, 
Advertise, In Construction, & Substantially Complete. 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design NA $0.203 NA $0.158 
Construction $15.300 $15.956 $0.656 $15.460 on . ; 
Other NA $3.115 NA  §2.966 eb aiaeler ein ia aout: erage : 
ad ae Rey (50.765) ate % Construction Change Order: 2% 
- - Design as Percent of Construction: NA 
pase ee ee ee - Other as Percent of Construction: 20% 


Design: Includes costs for design contractor/consultant 

Construction: Includes costs for construction contractor services 
Other: Includes costs for right-of-way acquisitions, utility work, 
project oversight 

Contingency: Budgeted value to be utilized to address unforeseen 
issues. Contingency value is a reflection of the risk remaining on the 
project. 

Budget Contingency: At notice to proceed, budget contingency is 
typically set at 5% of low bid. 

Schedule Contingency: At notice to proceed, schedule contingency is 
typically set at 10% of the contract duration. Deviations from this 
standard may occur due to winter shutdown. Winter shutdown 
typically takes place from December 15 from April 15 but is weather- 
dependent. 

Total budget estimate to deliver the project. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s 


Performance 

Anticipated Completion at NTP: Identifies the substantial completion 
date which was established at the Notice to Proceed (NTP) phase 

# of Months Late: Displays the difference between the Anticipated 
Completion at NTP with the current Schedule Complete date. 
Positive values indicate that the project is behind schedule and are 
highlighted in red; negative values indicate that the project is ahead 
of schedule and are highlighted in green. 

% Construction Change Orders: Ratio of the value of approved 
change orders versus the original contract award value 

Design as percent of Construction: Ratio of the budget values for 
Design versus Construction 

Other as percent of Construction: Ratio of the budget values for Other 
costs for producing the project versus Construction. 


systems to track schedule, budget and asset related activities. 


Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) 


Comingled Design: Historical financial information for Design costs were not 


tracked to the project level. As of 2015, all new Design contract costs are tracked to each 


individual project, and RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not 


possible to identify design costs at the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. 


Design Build Contracts - Design build contract funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in 


the Design line; the Contractor/Design team will be reflected as one total in 
from advertisement to NTP is anticipated to take between 6-8 months. 


the Construction line. Additionally, the time for a design-build contract to be awarded 


Note: All dollar values are in millions and rounded to the nearest $100,000.00. 
Note: When all project within a Federal Fiscal Year are substantially complete, they will be removed from the report at the end of the current Federal Fiscal Year. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Status Color Range 
i 0-5% 
Satine On-Budget . 
0-6 months behind Over Budget 5-10% 
10%+ 


6-12 months behind 
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Project Summary Lists 


2017 POS FAM ceeicccecs vides sesecusesdaesevsec venus cavigcunstcacvev vasvet cuvtesti eueberdecs¥ed vasusuevesanetvscsueehssecyveducasousséueubeucunted seviacsncbea deed nevev seated vtesssieh A-56 
2018 PROS AII sehs se seea sce 5oa csc baa Se cea sega ce ASUS Seas sahG es Gah auaa bd et Geog og So cuaPha dues daevayaannapcuanGeuatveed eet euouenee sean seeseuaeci AOD 
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2024 PROB MAM es sccscsccztas stesessevvercewsencivvanstvieduentarsivsesecaseuciaissseuvinsvetwseacansasvaviedvevves sures sdev se saivene caiay caves sd gueataitedtnevestaminuiynestiveest A-68 


Changes from Last Quarter 
Changesto Schedule this QUartE ri: sceissie. iiss ccscacecdaselaneeteid ea ehacentdceceheiaashineeers Caeetoiasaelaetdiaeealesieehaaseatdastia el tas A-67 


Changes to Budget this QUArTteD 0... eeeseeccecessseseesceesesesecatsesesecansenaacaececaeassesesscsesesesceaeecseseaeacueses senses satsesanaseeeeneeetanetess A-63 


Index of Projects by Municipality 
Index of Projects by MUNIcipallity..............cccsssssssssssessssescsessssescoesessescsessesessescsnseeacecsusesaescseceeauscseceesescessseses assess caeseeescaesases A-69 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 01-Feb-18 | 18-Jun-21 
Design S0.343 S0.343 S0.000 $0.321 
Construction $6.957 $7.500 $0.544 $7.491 e ; ; East. 
Other $1.711  $2.535  $0.824 $2556 ee panel 31-Oct-20 
Contingency S0.400 S0.000 (S0.400) $0.000 of Construction Change ern 8% 
Total $9.411__$10.378 310.369 Design as Percent of Construction: 5% 
PTSID: 0170C VEE, BRIDBE Leeaey Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Sep-17 | 30-Jan-18 | 15-Nov-19 
Design $1.155 $1.155 S0.000 $1.151 
Construction $5.797 $6.219 $0.422  $6.220 ae ; : 
Other $3.700  §2.100 ($1.600) $1.444 ili actete lb arte ve cee ede 
Contingency $1.958 $0.048 ($1.911) $0.000 Ba ance Ghanee Orden 7% 
Total $12.610 $9.522 $8.814 Design as Percent of Construction: 19% 
PIPES alee INAS Ne UBISNE poeagy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Apr-17 | 14-Dec-17 | 18-Aug-20_ 
Design $0.534 $0.629 S0.095 $0.528 
Construction $15.915  $16.025 $0.110 $16.476 es . : 
Other $2.731  $§2.812 $0.081  $2.097 ilies aaa ae NIE 31-May 20 
Contingency S0.875 S0.589 (S0.286) $0.000 oF Construction Change Order: A% 
total $20.055_$20.055 $19.100 Design as Percent of Construction: 4% 
Eby a YEE, ERIDGE Leeaey Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.637 $0.631 (SO.007) $0.631 
Construction $2.056 $2.069  $0.013 $2.069 , : 
Other $1.300  §1.023 ($0.27) $0.973 po bees core son aE NE 30-3en-19 
Contingency $0.163 $0.000 (S0.163) $0.000 oF GOH GRinn Grange Order: 1%; 
Total $4,156 $3,722 33.672 Design as Percent of Construction: 30% 
FP ISIPE Cee Wilkes a lnIS Eeeady Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Sep-17] 28-Feb-18 ] 16-Aug-19 
Design S0.700 $0.932 $0.232 $0.931 
Construction $12.450 $13.657 $1.207 $13.535 es ; ; 
Other $2.753 §2.556 ($0.197) $2.549 SAN eos ar Sle 30-Nov-19 
Contingency S0.700 S0.000 (S0.700) $0.000 & Constructipn Change Oder 10% 
Total $16.603 $17.145 $17.015 Design as Percent of Construction: NA 
daliiee als PERS SESE Legacy Other as Percent of Construction: 19% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [si-van= ei suna 19) 
Design $2.532 $2.532 S0.000 $2.499 
Construction $12,373 $12:779 $0.406 $12.560 ARs ; 
Other $4122  $4.260 $0.138 $2.124 pia costo naa ae NE: Stee 
Contingency $1.670 $1.127 (80.544) $0.000 Oe nen enen Gaanee order 3% 
total $20.697_$20.697 $17.183 Design as Percent of Construction: 20% 
ee UME: NBII: Eseauy Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | AE) Ea) 
Design $1.749 $1.749 $0.000 $1.611 
Construction $34.533 534.533 $0.000 $36.036 wi . . . 
Other $3.285  $3.285  §0.000_—‘$2.670 en ae 31-May-21 
Contingency $3.047 $3.047. $0.000 $0.000 of Cansthictiod Change Order: 1% 
Total $42.613__$42.613 340.318 Design as Percent of Construction: 5% 
PTSID: 0114U IVER BRIDGE Eeeety Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.846 $0.721 ($0.125) $0.720 
Construction $16.907 $20.007 $3.100 $20.004 ma A ; 
Other $3.535  §2.918 ($0.617) $2.841 pulleeheione di geal eee 31-May-21 
Contingency $1.350 S0.000 ($1.350) $0.000 Se CORELrUCLION Change irda 19% 
Total $22.638__$23.646 $23.565 Design as Percent of Construction: 4% 
aE ee EE ENOSE pase) Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17 
Design $0.872 $1.072  $0.200 $1.016 
Construction $15.400 $21.400 $6.000 $21.301 st ; ; 
Other $2.089  §2.204 $0.115 $2.783 ee ats 30-Apr-21 
ee Pes pene (50.215) ree % Construction Change Order: 40% 
: - - Design as Percent of Construction: 5% 
dil ia TERY BIDGE Peeaey Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17 | 23-Mar-18 | 13-Apr-21 
Design $1.534 $1.534 S0.000 $1.534 
Construction $19.229  $19.312  $0.083 $19.211 oe : : 
Other $2.615 §5.802 $3.187 $5.857 pete sree ace eENLe: 3LDec 19 
Contingency 51.900 $0.000 (S$1.900) $0.000 oF GOH URIOn Grange Order: 0% 
otal 325.278 __526.649 326.602 Design as Percent of Construction: 8% 
IEEE OI es Unni Beery Other as Percent of Construction: 30% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [23-Aug-17 | 26-Feb-18 | 04—Dec-19 
Design S0.460 $0.579 $0.119 $0.563 
Construction $8.477 $8.891 $0.414  $8.840 ; ; 
Other $1.453  $1.369 — ($0.083) $1.341 lela a ath ail apne 30-Jun-20 
Contingency $0.450 S0.000 (S0.450) $0.000 6; Conctruichion Change Order: A% 
Total $10.840__$10.839 $10.744 Design as Percent of Construction: 7% 
il eee! INPE: BRIDGE LBEAKY Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: . 
Design 50.600 50.560 (S0.040) $0.552 
Construction $6.800 $7.200 $0.400 $7.085 ae : ; ne 
Other $1512 $1.149 ($0363) $0.956 palate sia acne: 30-Jun-12 
Contingency $0.350 $0.000 (S0.350) $0.000 CCeneGning chance Orden 9% 
Total 39.261 38.909 $8.593 Design as Percent of Construction: 8% 
PIS Es Gene UME EER IESE ESeeey Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 21-Dec-17 
Design S0.000 S0.000 S0.000 S0.089 
Construction $250.630 $270.427 $19.797 $216.533 su : : 
Other $121.776  $56.699 ($65.077) $42.446 Lon acl een 30-Nov-23 
Contingency $37.595 $16.144 ($21.451) $0.000 oF COnEMIiGtGR charge Orden 9% 
sotal $410.000__$343.270 pao.068 Design as Percent of Construction: 
Cie Ge27e TYPE: BRIDGE Legacy Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-17] 03-J ReSNowa 
Design S0.650 S0.860 $0.210 S0.859 
Construction $9.400 $9.620 $0.220 $9.620 — . ' 
Other ($0.067)  $1.951 §2.018 $1.914 flea ash aaa ae 31-Dec-19 
Contingency $1.410 $0.000 ($1.410) $0.000 Cae oreICnGn Grange Order 1% 
ioral $11,393 $12,431 $12.393 Design as Percent of Construction: 9% 
URE one INES EL UEISIE poeecy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-17 | 11-Jan-18 Apr-19 
Design $0.379 S0.367 (S0.012) $0.367 
Construction $1.511 $1.581 S0.070 $1.581 ie ; : : : 
Other $0.824  $0.655 ($0.169) $0.655 ll al ear aaa ao: 31-May-19 
Contingency S0.075 S0.000 (S0.075) $0.000 es Construction Change Hirde 5% 
Total $2.789 32.603 32.603 Design as Percent of Construction: NA 
Pisa Oni SHPEs BRIESE EREaRy Other as Percent of Construction: 41% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-Aug-17 | 11-Oct-17 | 24-Jul-20 
Design S0.150 S0.287 $0.137 S0.287 
Construction $12.320 $11.900 ($0.421) $11.878 ARs ; 
Other $5.220  $2.798 ($2.422) §2.798 pei teres anal ae NUE: ad 
Contingency $1.358 $0.000 ($1.358) $0.000 Bie ence Chan BORE "1% 
Total $19.048  $14.984 $14.963 ee 8 2 : 
Design as Percent of Construction: NA 
PEBlO oteee (NRE (ERIDGE Breaky Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.425 50.450 $0.025 $0.425 
Construction $12.137 $13.237 $1.100 $13.228 tt . . 
Other $3.032  §2.462 ($0.570) $1.824 ee en ae 31-Aug-20 
Contingency $1.214 $0.659 (S0.555) $0.000 of Construction Change Onder 0% 
Total $16.808__$16.808 915.477 Design as Percent of Construction: 3% 
PTSID: 0114K TYEE, BRIDGE Peeety Other as Percent of Construction: 19% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 | 28-Sep-17. 
Design S0.000 S0.000 S0.000 S0.000 
Construction S0.500 $0.500 S0.000 $0.475 oe : . 
Other $0.327. $0.327. $0.000 -—-$0.161 pili lee ny eal acne 3LOct17 
Contingency $0.066 $0.066 $0.000 $0.000 ee Construction change Gite: "50 
sot) 30.893 30.893 $0.636 Design as Percent of Construction: 
Pasib: Gveae SXPES OPERATING LEpaey Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 | 28-Sep-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.544 $0.544 $0.000 $0.495 a : : 
Other $0.322 0.322 + $0.000-~—-$0.159 pea elena pelle ane: 31-Oct-17 
Contingency S0.066 S0.066 $0.000 $0.000 or GoneuRion aan One 0% 
Une) 30.932 30.932 30.653 Design as Percent of Construction: 
ee ORE EE One RauING Eeeeey Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 02-Oct-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.578 $0.600 $0.022 $0.554 me : ; 
Other $0.322 $0300 ($0.022) §0.269 ile niet aaaas eUnie: 31-Oct-17 
Contingency $0.066 $0.066  $0.000 $0.000 Ge netnCaGn Chan eGrder 10; 
Total $0.966  $0.966 $0.823 ae 8 7 : 
Design as Percent of Construction: 
ei eee Ula ge al Peeacy Other as Percent of Construction: 50% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Apr-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.182 $1.182 $0.000 $0.899 ARs ; 
Other $0.449  $0.494 $0,045 —§0.360 pia costo th aL aaa Ue 30-Nov-17 
Contingency $0.113 $0.068  (S0.045) $0.000 Oe ie nenener Gaanee order 1% 
total $1,744 $1.74 $1.259 Design as Percent of Construction: NA 
Plies Weta UNREST) Boeaky Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Apr-17 
Design S0.000 50.000 $0.000 $0.000 
Construction $1.863 $1.978  $0.115 $1.900 ch ; ee 
Other $0.429 $0314 ($0115) §0.181 ee eee aC 30-Jun-18 
Contingency $0.133 $0.133 $0.000 S0.000 of Construction Change Oder 3% 
Total $2.425 $2,425 32.081 Design as Percent of Construction: 
PTSID: 0O86X VEE: OPERATING Leeay Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L28-Feb-17 | 31-May-17 | 31-Oct-18 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $2.011 $1.816  ($0.195) $1.664 me A ; : 
Other $0.839  §0.716 ($0.123) $0.657 adulation dha al ae 30-Apr-19 
Contingency $0.252 S0.430 $0.178 S0.000 Se COREtrUCLION Change irda “17% 
tel $3,101 $2.962 $2,321 Design as Percent of Construction: 
pia eM INAS DE aia Eeeacy Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 SMe) 
Design $0.422 $0.443 $0.021 S0.288 
Construction 55.198 $5.348 $0.150 $5.336 st ; ; 
Other $1.076 $1506  $0.429 §1.464 ee eLNIE: 31-Dec 18 
Contingency S0.635 S0.000 (S0.635) $0.000 oe Construction Change Onder 3% 
Total $7.331 37.296 37.089 Design as Percent of Construction: 8% 
al Nd IEE ORERATING Peeaey Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28=Feb-17_ 
Design S0.046 $0.046 S0.000 S0.000 
Construction $1.929 $1.929 $0.001 $1.612 ee : : 
Other $0.406  §0.466  $0.060 $0.409 pees ree ace een: 31-May-19 
Contingency 50.140 $0.080 (S0.061) $0.000 oF GOH URIOn Grange Order: "16% 
Total 32.521 $2,521 $2,021 Design as Percent of Construction: 2% 
EEE eel UMS 2s es I) Seay Other as Percent of Construction: 24% 


PAVEMENT 
Budget Spent Advertise NTP 
Initial | Projected Difference To Date Schedule: [30-Sep-17 | 25-Jan-18 | 27-Jul-18 
Design $0.133 $0.133 S0.000 50.066 
Construction $1.100 $1.123 $0.023 $1.123 eo : . 7 : 
Other $0.847. $0.388 ($0.459)_ $0.349 er clea th aaa aor: eee LS 
Contingency S0.055 50.000 (S0.055) $0.000 ok Construction Change Grder 10% 
fot $2,135 31.643 31.538 Design as Percent of Construction: 12% 
PTSIDE 0173U Denes EV EVIEN Lean Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.27-Dec-16 | 28-Apr-17 | 06-Dec-18_ 
Design S0.500 S0.500 S0.000 $0.122 
Construction $6.200 $6.606 $0.406 $6.326 ee : : A 
Other $2,437  $2.317 ($0.120) §2.048 pales yaa que: 30-Nov-18 
Contingency $0.314 $0.028  (S$0.286) $0.000 eacmnneran Change Onien 3%, 
Ue] $9,451 39.451 $8.497 Design as Percent of Construction: NA 
FUSES ath eer ee EN Soeay, Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jul-17 | 10-Oct-17 [05-Oct-18 
Design S0.600 50.380 (S0.220) $0.380 
Construction S6.786 $6.682 (S0.103) $6.682 a : . : 
Other $1.093  $0.955 ($0.138) $0.955 pall lee en eal a ee SIS NSea 
Contingency $0.339 S0.000 (S0.339) $0.000 8% Construction Change Order: 1% 
fotal $8,817 $8.017 $8,017 Design as Percent of Construction: 6% 
PiSie eee EE een Leet Other as Percent of Construction: 14% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 31-Jul-17 | 31-Oct-17. 
Design 50.400 S0.420 S0.020 $0.218 
Construction $3.000 $3.000  $0.000 $1.605 a : : nae 
Other $1.317. §1.337. $0.020 $0,529 pea canes pelle ane: 30-Nov-18 
Contingency $0.300 $0.260  (S0.040) $0.000 or GoneuRion Guenee Order: "8% 
UE) 35.017 35.017 $2.353 Design as Percent of Construction: NA 
PEs nee IES Gee ENT peak Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Sep-17 | 06-Feb-18 | 31-Aug-18 
Design $0.414 $0.338  (S$0.076) $0.338 
Construction $5.278 $5.018 (S0.260) $5.018 os : : SBierds 
Other $1.194  §0.778 ($0.416) $0.778 eee aeNTes 30-Sep-18 
Contingency $0.238 50.000 (S0.238) $0.000 of Construction Change Order 3% 
total $7,123 $6.135 $6,135 Design as Percent of Construction: 7% 
Pp eee EE ERE LeEatY Other as Percent of Construction: 16% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [26-Sep-17] 09-Jan-18 | 14-Dec-18 
Design S0.710 S0.710 S0.000 $0.573 
Construction $3:135 $3.135 $0.000 $2.396 ee ; 
Other $0.941  $0.941 $0,000 §1.272 Biba costo nae aE NE 31-May-19 
Contingency $0.149 $0.149 $0.000 $0.000 Oe ein enen Gaanee order 0% 
total $4.935 $4.935 $4,241 Design as Percent of Construction: 23% 
PUES estes UM E: A ERMERI Eoeaty Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [.22-Feb-17 | 03-May-17 | 
Design $0.767 $0.384 (S$0.383) $0.384 
Construction $4.751 $4.502 (S$0.250) $4.502 a ; ; ae 
Other $2.197  §0.899 ($1.29) $0.897 en ae 31-May-18 
Contingency S0.200 S0.000 (S0.200) $0.000 of Construction Change Onder “1% 
i 37.915 35.784 35.782 Design as Percent of Construction: NA 
PTSID: 0081W NEE) Ee EMG) Leeaty Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.390 S0.465 S0.075 $0.358 
Construction $4.637 $5.169 $0.532 $4.874 me A ; 
Other $2.735  $2.420  ($0.315) $1.080 pul ieheisns de gee Bene: 30-Nov-18 
Contingency $0.300 $0.008  (S$0.292) $0.000 ECOnernICGn Guanes orden 5% 
Total $8.062 $8.062 $6.312 Design as Percent of Construction: NA 
FU anebals UMass Eoeacy Other as Percent of Construction: A7% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.130 $0.205 S0.075 $0.112 
Construction $3.960 $4.094 $0.134 $4.028 oe F ; 
Other $1.242 $1196 (0.046) §0.863 iP sane NN oat eENIE: 31-Aug-17 
Contingency $0.198 $0.035 (S0.163) $0.000 oF Construction Change Onder 3% 
Total $5.530 $5.530 35.003 Design as Percent of Construction: NA 
EID, Bree DEE: PAVEMENT Peeary Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Jul-17 ]| 04-Oct-17 | 01-Dec-17 
Design $0.110 $0.110 S0.000 S0.070 
Construction $0.880 $0.880 $0.000 $0.744 ce : ; 
Other 0.525  §0.525  $0.000 $0.229 perso ace een: 3L-Dec18 
Contingency 50.044 $0.044 $0.000 S$0.000 oF GG HOURIOn Granee Order: 7% 
otal 31.559 $1,559 31.043 Design as Percent of Construction: NA 
Ee Ilse EIEN Peery Other as Percent of Construction: 60% 


FFY17 


Budget Spent Bevel NTP Complete 
Initial © Projected Difference To Date Schedule: [08 me beea yea 1é 
Design S0.600 S0.600 S0.000 $0.493 
Construction 55.900 $5.980 S0.080 $4.149 a : . - 
Other $2.238  $2.238 $0,000 1.500 ela aah alla Aes 31-May-12 
Contingency $0.295 $0.215 (S0.080) $0.000 6; Conctruichion Change Biden ~DA% 
Total $9.033 $9.033 $6.142 Design as Percent of Construction: 10% 
PISIE: Otya2 VE ee EeBeey Other as Percent of Construction: 37% 
Budget Spent BOVETASE NTP Complete 
Initial © Projected Difference To Date Schedule: [1 Bes Ocr= 17 Messen tai] 
Design $0.300 $0.132 (S0.168) $0.132 
Construction $3.334 $2.432  ($0.902) $2.432 oe : : ee 
Other $1.299  §0.673 ($0.625) $0.673 pe ewea acne: 30-Nov-18 
Contingency $0.202 $0.000 (S0.202) $0.000 OCene Con chance Orden "1A% 
U8 $5,134 33.237 33.237 Design as Percent of Construction: NA 
US Es URES Inthe GEEIENT ESeacy Other as Percent of Construction: 28% 
STORMWATER 
Budget Spent Advertise NTP ae 
Initial | Projected Difference To Date Schedule: [24-Mar-17 } 07-Jun- W=Sep= Li 
Design S0.100 $0.098 (SO.002) $0.098 
Construction $0.224 $0.223 ($0.001) $0.223 sh ; re 
Other $0.374  $0.132- ($0.242)  $0.132 plea ns olla aU ME: Ne ad 
Contingency $0.016 $0.000 (S0.016) $0.000 8% Construction Change Order: 0% 
std) 30.715 30.453 30.453 Design as Percent of Construction: 44% 
BIsIE: OOM HEE: STOR MEN LEpeey Other as Percent of Construction: 59% 
eae ee eer eee 
Budget Spent Advertise NTP Romiplete 
Initial | Projected Difference To Date Schedule: [0 U7 OT=sep-17 Pls=Nov= 16) 
Design $0.150 $0.165 $0.015 $0.000 
Construction 52.800 $2.800 S0.000 52.830 eo : . 
Other $1,701  $1.686 ($0.015) $1.153 aller aay aeNIy: 31-Oct-19 
Contingency $0.140 S0.140 S0.000 $0.000 96 Construction Change Order 70% 
otal $4.791 $4.791 $3.982 Design as Percent of Construction: 6% 
PS eee NPE wae mcadd Other as Percent of Construction: 60% 
TRAFFIC 
Budget Spent SaveHISE NTP Complete 
Initial © Projected Difference To Date Schedule: M 7 [30-Sep-17 8 
Design $0.040 $0.022  (S$0.018) $0.000 
Construction S0.250 S0.000 (S0.250) $0.000 oe : . et: 
Other $0.200 $0.475 §0.275 — $0.383 eA eaet gna aa ee plone smats 
Contingency $0.030 $0.023 (S0.007) $0.000 gf Concthuction Change Order: 0% 
rota! $0.520 $0.519 $0,383 Design as Percent of Construction: NA 
PTSID: 0025E TYPE: TRAFFIC Legacy 


Other as Percent of Construction: 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025F 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0153T 


Budget Spent 
Initial Projected Difference To Date 
$0.117 $0.067 ($0.050) $0.062 
50.530 $0.491 (S0.039) $0.491 
$0.236 $0.327 $0.092 $0.311 
$0.050 $0.047  (S0.003) $0.000 
$0.933 $0.933 50.863 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.260 $0.236 ($0.024) $0.256 
$1.531 51.630 $0.099 $1.353 
$1.226 $1.235 $0.009 $1.085 
$0.153 $0.001 ($0.152) $0.000 
$3.170 $3.102 $2.693 

TYPE: TRAFFIC Legacy 


FFY17 


Advertise NTP 


Complete 


Schedule: | 31-Aug-17 | 30-Nov-17 | 02-Nov-18 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 67% 


Advertise NTP 


Complete 


Schedule: [15-Sep-17 | 
Anticipated Completion at NTP: 30-Nov-19 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 76% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025) 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073Z 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0061K 


Budget Spent 
Initial Projected Difference To Date 
$0.040 S0.040 $0.000 $0.027 
$0.579 $0.579 $0.000 $0.532 
$0.653 $0.661  $0.008  $0.084 
S0.037 $0.029  ($0.008) $0.000 
$1.308 $1.308 $0.643 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.042 $0.037. ($0.004) $0.000 
$0.700 $0.710  $0.010 $0.673 
$0.745 $0.739  ($0.006) $0.451 
$0.032 $0.032 $0.000 $0.000 
$1.518 $1.518 $1.123 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.330 $0.159 (S0.172) $0.159 
$1.468 $1.354 ($0.114) $1.354 
52.016 $0.872 (S1.144) $0.872 
$0.075 $0.000 (S0.075) $0.000 
$3.889 $2.385 $2.385 

TYPE: TRAFFIC Legacy 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 31-Jan-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 114% 


Advertise NTP Complete 
Schedule: [22-Sep-17 | 18-Jan-18 | 
Anticipated Completion at NTP: 31-Jul-19 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 104% 


Advertise NTP 


Complete 


Schedule: [04-Jan-17 ] 28-Mar-17 | 25-May-18 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: 12% 
Other as Percent of Construction: 64% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: L7 
Design $0.236 $0.221 ($0.015) $0.073 
Construction $1.100 51.100 $0.000 $0.988 oh : ; : 
Other 0.414  §0.594 §0.180 $0.428 fale pace alla apne 30-Apr-12 
Contingency $0.165 $0.000 (S0.165) $0.000 6; Concttuiction Change Order: “1% 
Total $1.915 $1.915 $1,488 Design as Percent of Construction: 20% 
GISIR Reet? aGE: AAFC LeBany Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: ly 8 
Design S0.065 $0.065 S0.000 $0.000 
Construction $0.549 $0.561  $0.012 $0.435 oe : : 
Other $0.430 $0.445  §0.015 $0.260 pili oa Ne 30-Nov-18 
Contingency $0.055 $0.028  (S$0.027) $0.000 CConeGnint chance Orden "1% 
Total $1,098 31.098 30.695 Design as Percent of Construction: 12% 
Beet UE ERR GRIE pocaal! Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [L : : )— Jun 
Design $0.228 $0.228 S0.000 $0.193 
Construction $1.403 $1.403 $0.000 $1.377 a . ; 
Other $0.511 §0.511  $0.000 $0.653 ee Bene: alll 
Contingency $0.140 S0.140 $0.000 $0.000 9F Conktruction Change Order: 5% 
Total $2.282 $2.282 $2,223 Design as Percent of Construction: NA 
ENS Dare) IEE TRATES Leeaey Other as Percent of Construction: 36% 
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FFY18 
BRIDGE 
Budget Spent Advertise NTP 
Initial © Projected Difference To Date Schedule: [J 18 
Design $1.237 $1.129 ($0.108) $1.076 
Construction $7.300 $7.445 $0.145 S7.246 nc . . 7 7 
Other $1.853  $2.179 $0.327._—-$2.160 ee ACNE eames 
Contingency $0.378 $0.014 (S0.364) $0.000 of Construction Change Order: “1% 
io $10.768__ 510.768 310.482 Design as Percent of Construction: 15% 
PTSID: 0013F VEE BRIDGE ESeery Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [28-Sep-18 | 18-Dec-18 | 31-Aug-20 
Design $0.819 $0.781 (S0.037) $0.781 
Construction S7.695 $8.053 $0.358 $8.053 we d : 
Other Si529 Si 2is (co 3i4)) Silais adie atete le arte ve SERENE 
Contingency $0.385 $0.000 (S0.385) $0.000 Ba ance Ghanee Biden 55% 
ota $10.427__$10.049 $10.049 Design as Percent of Construction: 10% 
PURE Eee INAEE |e UBISIE Eoeacy Other as Percent of Construction: 15% 
Budget Spent NTP Complete 
Initial | Projected Difference To Date Schedule: SiEMay=20)) 
Design $0.998 S0.964 (S0.034) $0.964 
Construction $2.664 $2.799 $0.135 $2.799 sus : . 
Other $0.895  $1.000  $0.105 §1.000 ilies aaa aN: 31-May-20 
Contingency $0.080 S0.000 (S0.080) $0.000 oF Construction Change Order 5% 
total $4.637 $4,762 $4,762 Design as Percent of Construction: 34% 
Ep One IEE, BRIDGE Beeaey Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.125 $1.000 ($0.125) $0.831 
Construction $3.633 $4.433 $0800 $4.126 : : 
Other $2.174 $1370 (0.804) §1.073 pc bees core aon ee 31-May-20 
Contingency $0.180 $0.000 (S0.180) $0.000 oF GOH GRinn Gianee orden 31%, 
Vevey 37.112 36.803 36.029 Design as Percent of Construction: 23% 
ISIE Gee Wins EIS Boeagy Other as Percent of Construction: 31% 
Budget Spent NTP 
Initial Projected Difference To Date Schedule: O. 
Design 51.480 51.480 S0.000 $1.477 
Construction 56.500 56.500 $0.000 $4.891 as . : 
Other $2.133 §2.133. §0.000-—«$1.184 SAN os ar ee eee 
Contingency $0.625 $0.625 S0.000 $0.000 & Constructipn Change Order: 0% 
Fotal $10.738__$10.738 $7,551 Design as Percent of Construction: 23% 
PYSID: OO1SU OEE BR IDEE Legaty Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 26-Nov-18 | 23-Nov-20 
Design $0.520 S0.520 S0.000 $0.471 
Construction $5,355 $5.519 $0.164  $4.634 he ; 
Other $1.830 $1.686 (S0.144) $0.931 pia costo naa as 31-May-21 
Contingency $0.375 $0.355  ($0.020) $0.000 Oe ein enen Gaanee order 1% 
Total $8.080 $8.080 $6.036 Design as Percent of Construction: 9% 
eee UIE: ENBISIE Baeeuy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Nov-17 }| 28-Aug-18 | 02-Jul-20 
Design $0.450 S0.450 S0.000 $0.434 
Construction S6.700 $6.700 S0.000 $6.909 wi . . iat 
Other $2.626  $2.626 $0,000 §0.827 een BCR 30-lun-21 
Contingency $1.040  $1.040 $0,000 —$0.000 a Conc iician Cianceonies 1% 
i 310.816 __$10.816 38.170 Design as Percent of Construction: 7% 
PTSID: OO17E INES RIESE Leeaey Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.788 S0.788 S0.000 S0.367 
Construction $10.729  $10.729 $0.000 $10.386 me A ; 
Other $3.381  $3.381 $0,000 $1,931 agulieteions dail al es 31-Oct-22 
Contingency 51.609 51.609 $0.000 $0.000 BA CORE UGION Gaanee Orden 19% 
Total $16.508__$16.508 312.683 Design as Percent of Construction: 7% 
PUB Wee! UMASS JEUESIE Eoedcy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-May-18 | 02-Aug-18 | 25-Nov-19 
Design S0.460 $0.510 S0.050 S0.444 
Construction $2.502 $2.552 $0.050 $2.499 st ; ; 
Other $1.944  §1.944 §0.000 —$0.829 ee eLNIE: 31-May-20 
Contingency $0.250 $0.150 (S0.100) $0.000 oF Construction Change Onder 3% 
Total $5.156 $5.156 $3.772 Design as Percent of Construction: 20% 
alee IEE) BRIDGE LeBaey Other as Percent of Construction: 76% 
Budget Spent dvertise NTP Complete 
Initial § Projected Difference To Date Schedule: [.20-Feb-18 | 14-Jan-19 | 29-Sep-21 
Design $0.774 $0.774  $0.000 S$0.734 
Construction $9.980 $10.227 $0.247 $10.219 Me : : 
Other $2.115  $2.115 $0,000 §2.270 pees ree ac EE 30-Jun-22 
Contingency 51.000 $0.753 ($0.247) $0.000 oF GG HOURIOn Granee Order: 3% 
otal $13,869 __513.869 $13,223 Design as Percent of Construction: 8% 
Se Ue ails EEeacy Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-Aug-18 | 15-Nov-18 | 10-Nov-20_ 
Design S0.800 $0.787 ($0.013) $0.787 
Construction $5.944 $6.470 $0.526  $6.469 ; 
Other $1.598  $2.048  $0.450 §2.037 flea a ate alata Aes 31-Aug-20 
taal re ee ($0.400) ae % Construction Change Order: 12% 
a : - - Design as Percent of Construction: 12% 
a asta aNVE, ORIERE LSBaRY Other as Percent of Construction: 32% 


Budget Spent Advertise NTP Complete 

Initial | Projected Difference To Date Schedule: Rela = Joma a spec=Z20 | 
Design S0.397 $0.433 $0.035 $0.433 

Construction $1.664 $1.784  $0.120 $1.780 ae . ; Tee 
Other $0.834 $0834 0.000 $0.470 pee ree n aCNUE: 30-}un- 20 
eee eee epee (30.155) pee % Construction Change Order: 7% 
: : : Design as Percent of Construction: 24% 
USTs GES 2 Iles: GEUBIS: psec Other as Percent of Construction: 47% 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Nov-17 | 06-Mar-18 | 13-Dec-19 | 
Design $0.375 $0.375 S0.000 $0.272 
Construction $2.322 $2.322 S$0.000 $2.174 a8 . ; 
Other $1.260  $1.260 $0,000 $§1.034 La ac een 3iJan-21 
et a ae oe 50.000 reel % Construction Change Order: -2% 
: . : Design as Percent of Construction: NA 
ERG Obes IEE BRIDGE Peeaey Other as Percent of Construction: 54% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [24-Oct-17 | 30-Jan-18 | 15-Nov-18 
Design $0.500 S0.500 S0.000 S0.382 
Construction $1.702 $1.702 $0.000 $1.646 — . : 
Other $1.290  $1.290 $0,000 §0.695 flee pater ash aad eee 30-Jun-12 
ey eae eee 20.000 ae % Construction Change Order: 0% 
= - Design as Percent of Construction: 29% 
PUR Ue INES URINE poeecy Other as Percent of Construction: 76% 


Budget 


Spent 


Complete 


Advertise NTP 


Initial © Projected Difference To Date Schedule: Sep lis |/02=Dee=19 | 
Design $0.625 $0.625 S$0.000 $0.365 
Construction $1.520 $1.520  $0.000 $1.428 ls ee 
Other $1348  $1.348  $0.000 $0.557 ld alee aa aoe cial 
Contingency S0.076 S0.076 S$0.000 S$0.000 Construction Change Hirde “5% 
Total $3.569 $3.569 $2.350 Design as Percent of Construction: 41% 
PTSID: 0201B TYRES BRIDGE Legacy Other as Percent of Construction: 89% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Apr-18 
Design $1.040 $0.955 (S0.085) $0.954 
Construction $6.868 $7.568 $0.700 $6.904 ee ; : 
Other $3.440  $4.497 §1.058 $5,094 pei derey ahaa as 31-Aug-22 
Contingency 50.340 $0.000 (80.340) $0.000 Bie ence caanee order 9% 
total $11,688 513.021 $12,953 Design as Percent of Construction: 13% 
lies eet UNI E: ENBISI: Eaeeuy Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.370 S0.370 S0.000 S0.269 
Construction $3.808 $4.227. $0.419 $3.783 m ; ; bas 
Other $1.687  §1.204 —($0.483) $1,091 Aiea alot ea ae 30-Apr-20 
Contingency $0.250 $0.159  (S$0.091) $0.000 Se oneucHon change Onder “1% 
Total $6.115 $5.960 $5,143 Design as Percent of Construction: 9% 
PTSID: 0014D TYEE BRIDGE LeEacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.801 $0.921  $0.120 $0.892 
Construction $10.000 $20.435 $10.435 $18.857 oe : ; 
Other 62.815 $4,170 $1.355  $3.791 pull eeheone digesta SE REEDS 
Contingency S0.900 S0.000 (S0.900) $0.000 5. Canctruction Change irda 37% 
Total $14.516__ 525.526 $23,539 Design as Percent of Construction: 5% 
UE 2e MMe UMASS JE UBISIE Eeecy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.775 $0.699 (S0.076) $0.699 
Construction 53.661 $3.727 $0.066 $3.139 st ; ; 
Other $1.733  §1.097  ($0.636)$1.100 peel aaet rN oat ae 30-Nov-20 
Contingency $0.300 $0.000 (S0.300) $0.000 ei nan chanee Orden 2% 
Total $6.469 $5.523 $4.937 Design as Percent of Construction: 19% 
PISID: O167C IEE BRIDGE Legacy Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design S0.789 $0.589 (S0.200) $0.553 
Construction $1.988 $2.238  $0.250 $2.134 Me : : ries 
Other 3.052  $3.082 $0.030 $2406 pe eiees eee ac EE 30-Nov-21 
Contingency $0.099 $0.019  (S0.080) $0.000 oF GG HOURIOn Granee Order: 7% 
otal $5.928 $5.928 35.093 Design as Percent of Construction: 26% 
Eos CU UVES EINES pea Other as Percent of Construction: 138% 
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OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-May-18 | 27-Jul-18 | 30-Oct-18 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.342 $0.342 $0.000 $0.350 - : : Sree 
Other $0.218  $0.218  $0.000 $0.04 er Leer th ca ae 31-Oct-18 
Contingency 50.040 50.040 $0.000 S0.000 ok Construction Change Order 0% 
Total 30.600 30.600 30.394 Design as Percent of Construction: 
PTSID: 0105C PRES REE B Al ING Lebar Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [.22-Dec-17 | 26-Mar-18 | 05-Sep-18 
Design S0.000 S0.000 S0.000 S0.000 
Construction S0.666 S0.666 $0.000 $0.584 ae : : : 
Other $0.251 $0.251 $0,000 $0.062 pales Na que: 31-0ct-18 
Contingency $0.033 $0.033 $0.000 $0.000 eacmnneran Ghence Orden: 0% 
Ue] $0.950 $0.950 30.646 Design as Percent of Construction: 
USUEE OME UNREST) pueda Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.20-Dec-17 | 08-Mar-18 | 15-Aug-18 
Design S0.000 50.000 S0.000 S0.000 
Construction S0.698 $0.698 S0.000 $0.625 oe . . pie. 
Other $0.251  §0.251 $0.000 $0,069 pbb lee ns eal ae Ne 3L0ct-18 
Contingency $0.033 $0.033 S$0.000 $0.000 ee Construction change Gite: 0% 
fotal 30.982 30.982 30.694 Design as Percent of Construction: NA 
PTSID: 0105B TXPEs OPERATING Leeeey Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.27-Dec-17 | 20-Feb-18 [11-Oct-18 
Design S0.000 S0.000 S0.000 S0.000 
Construction 51-227 $1.237 $0.000 $1.216 oe 3 : ee 
Other $0.339  §0.339 $0,000: $0.211 Uae elena pelle aune 30-Nov-18 
Contingency $0.075 $0.075 $0.000 $0.000 or Goneurion aan One "9% 
Une) 31.651 21.651 $1.427 Design as Percent of Construction: 
BSE eosuae EE OPER ARNG Eeeaey. Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [| Sug 18 |Pls=pec=18)) 
Design S0.000 $0.008 S0.008 S0.000 
Construction $2.009 $2.614 S0.605 $2.590 os : : 
Other 0.340 §0.383 - $0.043 $0,445 pile amie aus eUnie: 30 Nove LS 
Contingency $0.060 $0.030 (S0.030) $0.000 Ge netnCaGn chara Order: 29% 
Total $2.409 $3.035 $3.035 Design as Percent of Construction: 0% 
PYSID: 01056 TYEE, OPERATING Legacy Other as Percent of Construction: 15% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | SS] ay 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.427 $1.427 $0.000 $1.429 he ; 
Other $0.339  §0.339 ~~ $0.000 $0,125 Biba costo ah aL aaa ae 30-Jun-12 
Contingency $0.075 $0.075 $0.000 $0.000 Oe ener Gaanee order 0% 
Hokal 31.841 31.841 31.555 Design as Percent of Construction: 
PEE SE UIE EIR STN) Breaky Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [18-May-18 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.523 $1.523 $0.000 $1.563 m ; ; ke 
Other 0.402  §0.402 $0.000 $0,153 een ol 30-Jun-12 
Contingency $0.075 $0.075  $0.000 $0.000 of Cansthictiod Change Order: 6% 
Lie) 32.000 32.000 31.717 Design as Percent of Construction: 
PTSID: 0105A INES: OPERATING LSeeey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-Sep-18 
Design S0.108 S0.108 S0.000 S0.076 
Construction $1.147 $1.152 $0.005 $1.134 me A ; 
Other $0.307 $0307 $0.000 §0.126 adulation digital eee: 31-Dec-19 
Contingency 50.060 $0.055 (S0.005) $0.000 oe COREtrUCION Change Grder 0% 
Total $1.622 $1.622 $1.337 Design as Percent of Construction: 9% 
PUES tone INAS DE aie peeacy Other as Percent of Construction: 27% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 50.800 S0.800 S0.000 $0.590 
Construction $6.089 $6.083 (S0.006) $5.751 a ; on 
Other $1.603  §1.603  $0.000 $1,153 pai el a pease pue12 
Contingency $0.713 $0.719 $0.006  $0.000 SeConcHuction change Srder: 6% 
not $9.205 39.205 37,493 Design as Percent of Construction: 13% 
IE. Obi28 Eel Leesey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [26-Sep-18 | 06-Dec-18 | 13-Nov-19 | 
Design S0.670 S0.280 (S0.390) $0.209 
Construction $1.630 $1.630  $0.000 $1.598 aos ; ; 
Other $0.801  $0.801 $0,000 §0.559 ee aera Zee: 30-Jun-20 
Contingency $0.105 $0.010  (S0.095) $0.000 WA eaneNetad Guanes orden "1% 
iors $3.206 $2.721 $2.365 Design as Percent of Construction: 17% 
PU Ee Orie UNIAGE Re EIMEII Bay Other as Percent of Construction: 49% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-May-18 | 13-Sep-18 | 18-Aug-19 
Design $0.358 $0.358 S0.000 S0.266 
Construction $2.728 $2.738 $0.010 $2.372 ee ; ; 
Other $0.768  $0.768 $0,000 §0.510 lela sca tn alice Aes 31-Aug-19 
od ae a (50.010) a % Construction Change Order: 2% 
a . : - Design as Percent of Construction: 13% 
pIRIDE O07 Eee Eegacy Other as Percent of Construction: 28% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0165) 


Budget 


Spent 


Initial 


$0.180 $0.180 
$2.324 $2.324 
$0.928 $0.928 
$0.116 $0.116 
$3.548 $3.548 

TYPE: PAVEMENT 


Projected Difference To Date 


$0.000 $0.102 
$0.000 $2.007 
$0.000 $0.739 
$0.000  $0.000 

$2.847 


Legacy 


Advertise NTP Complete 


Schedule: | 30-Mar-18 | 12=Jun=18 | 30-Nov-18 


Anticipated Completion at NTP: 31-May-19 
# of months late: 

% Construction Change Order: -12% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 40% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0173K 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0130E 


Budget 


Spent 


Initial 


$0.300 $0.300 
$1.395 $1.395 
$0.717 $0.717 
$0.140 $0.140 
$2.551 $2.551 

TYPE: PAVEMENT 


Budget 


Projected Difference To Date 


$0.000 $0.062 
$0.000 $1.032 
$0.000 $0.392 
$0.000  $0.000 

$1.486 


Legacy 


Spent 


Initial 


$0.460 $0.460 
$3.995 $4.545 
$1.509 $1.059 
$0.208 $0.108 
$6.172 $6.172 

TYPE: PAVEMENT 


Projected Difference To Date 


$0.000 $0.430 
$0.550 $4.473 
($0.450) $0.987 
($0.100) $0.000 

$5.890 


Legacy 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: 31-May-19 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 22% 
Other as Percent of Construction: 51% 


Advertise NTP Complete 


Schedule: [31-Jan-18 ]| 12-Apr-18 | 14-Dec-18 | 


Anticipated Completion at NTP: 31-Dec-20 
# of months late: 

% Construction Change Order: 16% 
Design as Percent of Construction: 10% 
Other as Percent of Construction: 23% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0061A 


Budget 


Spent 


Initial 


$0.755 $0.755 
$7.373 57.464 
$1.478 $1.550 
$0.350 $0.188 
$9.956 $9.956 

TYPE: PAVEMENT 


Projected Difference To Date 


$0.000 $0.712 
$0.090 $5.551 
$0.072 $1.361 
($0.162) $0.000 

$7.624 


Legacy 
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Advertise NTP Complete 


Schedule: [21-Sep-18 ]18—Dec-18]17-oct-19 


Anticipated Completion at NTP: 31-May-20 
# of months late: 

% Construction Change Order: -22% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 21% 


FFY18 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [2/-Apr-18_ 
Design 50.380 50.303 (S0.077) $0.303 
Construction $1.241 Sys! Sarde! sila! he ; 
Other $1.640  $1.160 ($0.480) $1.160 Biba costo sth ae aaa Ue 30-Nov-18 
Contingency $0.062 $0.000 (S0.062) $0.000 Oe ener ener Gaanee Order 5% 
total $3.323 $2.736 $2.736 Design as Percent of Construction: 24% 
PEE ie UII WELW! Eeeacy Other as Percent of Construction: 91% 
en res ene | 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Apr-18 | 29-Jun-18 | 24-Oct-19 
Design S0.246 $0.246 $0.000 S0.000 
Construction 52.490 $2.490  $0.000 $2.652 a3 ; ; 
Other $1.288  $1.288 $0,000 §0.997 Sil aetna ale BONS 31-Oct-19 
Contingency S0.180 S0.180 S0.000 S0.000 Se Concthliction Change Order: 7% 
Total $4,203 34.203 $3.649 Design as Percent of Construction: 10% 
EiSiE> Our PPoe de eeety Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [.28—-Feb-18 | 07-Jun-18 | 26-Jun-20 
Design $0.135 $0.262 $0.127 $0.262 
Construction $3.186 $4.118  $0.932 $4.118 ae ; ; 
Other 0.538  §1.319  $0.781 $1,316 hale hee BENE 31-Oct-20 
Contingency $0.395 $0.000 (0.395) $0.000 DGone a ion creniee Order. 9% 
iota $4,254 $5.698 $5.696 Design as Percent of Construction: 6% 
BS Due: PEE Pobre Other as Percent of Construction: 32% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Jun-18 31-Oct-19 
Design $0.155 $0.126 (S0.029) $0.121 
Construction $1.065 $0.774  ($0.291) $0.761 es ; ue: 
Other 0.516  $0.457 ($0.059) $0.463 ee aeNIy: 31-Dec-1) 
Contingency S0.061 S0.000 (S0.061) $0.000 96 Construction Change Order: “21% 
Total $1.797 $1.357 $1.346 Design as Percent of Construction: 16% 
Rise nee PYRE e URAFTE Pebary Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [24-Aug-18 | 26-Oct-18 | 31-Oct-19 
Design S0.240 S0.240 S0.000 S0.209 
Construction $0.745 $0.773 $0.028  $0.709 ae ; ; ee 
Other $0.724  §0.724 $0.000 $0,229 pears Sal son aENTE 31-May-20 
Contingency $0.075 $0.047. (S0.028) $0.000 BCOne ion Gaanee Orden "5% 
ioral 31.784 31.784 31.148 Design as Percent of Construction: 31% 
USE Ges Utes UALS poeacy Other as Percent of Construction: 94% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0011E 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0076Z 


Budget Spent 
Initial Projected Difference To Date 
$0.550 $0.570 $0.020 $0.509 
S0.460 $0.510 $0.050 $0.469 
$1.155 $0.595 ($0.560) $0.424 
S0.050 $0.050 $0.000 $0.000 
$2.215 $1.725 $1.401 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.445 $0.464 $0.020 $0.411 
$1.668 $1.783 $0.115 $1.562 
$1.621 $1.543 ($0.078) $1.128 
$0.083 S0.027 (S0.057) $0.000 
$3.817 $3.817 $3.101 

TYPE: TRAFFIC Legacy 


Advertise NTP Complete 


| 14-Sep-18 }| 15-Nov-18 } 08-Nov-19 


Schedule: 


Anticipated Completion at NTP: 
# of months late: 

% Construction Change Order: 5% 
Design as Percent of Construction: 
Other as Percent of Construction: 


Advertise NTP 


Complete 


Schedule: | 29=Dee=i07/ | 23-Feb-18 | 30-Aug-19 
Anticipated Completion at NTP: 31-Dec-19 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 26% 
Other as Percent of Construction: 87% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0072Z 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025N 


Budget Spent 
Initial Projected Difference To Date 
$0.050 $0.047 ($0.003) $0.046 
$2.285 $2.227. ($0.058) $2.227 
$0.654 $0.199 ($0.455) $0.199 
$0.114 $0.000 ($0.114) $0.000 
$3.104 $2.473 $2.473 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.375 $0.380 $0.005 $0.346 
52.092 $2.102 S0.010 $1.924 
$0.930 $0.925 ($0.005) $0.746 
$0.110 $0.100 ($0.010) $0.000 
$3.507 $3.507 $3.016 

TYPE: TRAFFIC Legacy 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Jul-19 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 2% 
Other as Percent of Construction: 9% 


Advertise NTP Complete 
Schedule: 
Anticipated Completion at NTP: 31-Jul-19 
# of months late: 
% Construction Change Order: -8% 
Design as Percent of Construction: 18% 
Other as Percent of Construction: 44% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0073X 


Budget Spent 

Initial Projected Difference To Date 
$0.650 $0.771 $0.121 $0.718 
$7.335 $7.316  ($0.019) $6.548 
52.920 53.118 $0.198 $2.795 
$0.367 $0.067 (S0.300) $0.000 
$11.272 | $11.272 $10.061 

TYPE: TRAFFIC Legacy 
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mplete 


Advertise NTP Co 
1 30-Mar-18 | 26-Jun-18 | 23-Jun-20 


Schedule: 


Anticipated Completion at NTP: 31-Oct-20 
# of months late: 

% Construction Change Order: -10% 
Design as Percent of Construction: 11% 
Other as Percent of Construction: 43% 


FFY18 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 50.100 $0.100 $0.000 $0.087 
Construction $0.630 $0.630 $0.000 $0.665 ee ; 
Other $0571  §0.571 $0.000 $0.317 pe eee ea aE NE 31-May-20 
aoe cee uae 50.000 Pree % Construction Change Order: 11% 
vid : : . Design as Percent of Construction: 16% 
pS eee eee Eeeacy Other as Percent of Construction: 91% 


Budget Spent Advertise NTP Complete 

Initial © Projected Difference To Date Schedule: [15-Aug-18 [ 29-Oct-18 | 20-Feb-20 | 
Design $0.594 $0.609 $0.015 $0.519 

Construction $3.000 $3.100 $0.100 $2.570 sc ; ; : 
Other $1807 §1.992 §0.185  $1.873 ee en BUN: RES EV aes 
a a a (30.300) ae % Construction Change Order: -1% 
: : : Design as Percent of Construction: 20% 
PIS\es Roe YEE RAE Lepeey Other as Percent of Construction: 64% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.060 $0.060 $0.000 $0.038 
Construction $1.600 $1.600 $0.000 $1.554 ne ; ; 
Other $0.841  $0.841  $0.000 0.151 aguliekeisne digital eee 31-May-19 
ean eee ee 50.000 ee % Construction Change Order: 0% 
. - : Design as Percent of Construction: 4% 
ae ele NEE SIRSIES poeacy Other as Percent of Construction: 53% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Jun-18 | 29-Aug-18 

Design $0.070 S0.070 S0.000 $0.027 
Construction S0.767 S0.767 $0.000 $0.690 oe F ; 
Other 0.476  $0.476 $0,000 §0.067 presen NN oat ae 31-Dec-19 
rae ee pe 50.000 eae % Construction Change Order: -8% 

: - - Design as Percent of Construction: 9% 
ENSIDE OO TYEE: TRAREE Leeaty Other as Percent of Construction: 62% 


Budget Spent Advertise NTP Complete 

Initial | Projected Difference To Date Schedule: 26-Mar-18 
Design $0.503 $0.448 ($0.055) $0.424 

Construction $1.500 $1.522 $0.022 $1.416 oe : : 2 
Other $1.022  $0.867 (0.156) $0.867 perso ace gee: cle, 
| ee ae (30.075) eee % Construction Change Order: 2% 
: : - Design as Percent of Construction: 29% 
SUES TESS EE RSC peso) Other as Percent of Construction: 57% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Mar-18 | 25-Jun-18 | 11-Dec-18 
Design $0.556 $0.672 $0.116 $0.644 
Construction $1.051 $1.065 $0.014 $1.017 ee ; 
Other $0.504  $0.445 ($0.059) §0.328 flea a ate atta ners 31-May-12 
Contingency 50.083 $0.012  ($0.072) $0.000 oe aiaian Gates Sider: 0% 
Total $2,194 $2.194 $1.990 Design as Percent of Construction: 63% 
PSIG: Qle2e APE ARAFEIC LREARY Other as Percent of Construction: 42% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.28-Feb-18 | 31-May-18 | 30-May-19 
Design S0.098 S0.054 (S0.044)  $0.045 
Construction $0.745 $0.783 $0.038  $0.722 ae : : : 
Other $0.786  §0.792 $0.006 $0.662 pee ewan ace 31-Aug-19 
Contingency $0.055 $0.055 $0.000  $0.000 CConenint chance Orden "3% 
Total 31.684 31.684 $1.429 Design as Percent of Construction: 7% 
ae aebeey TNE EV IRAGEIE Beall Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.370 $0.341 ($0.029) $0.341 
Construction $1.486 $1.229 ($0.258) $1.229 a . ; qed 
Other $0.941  $0.724 ($0.218) $0.722 Le ac ave Se, 
Contingency S0.075 S0.000 (S0.075) $0.000 9F Conktruction Change Order: 17% 
Total $2.872 $2.293 $2,291 Design as Percent of Construction: 28% 
EPID, O0ee IEE, ERATEIS Leeaty Other as Percent of Construction: 59% 
TRANSIT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Apr-18 | 31-Oct-18 | 23-Jan-23 
Design S0.087 $4.500 $4.413 $4.248 
Construction 535.796 $43.646 $7.850 $40.239 eA: . . qa’ 
Other $20.277 $16.802  ($3.475) §16.374 pal ia a: eee 
Contingency $1.790 S0.000 (S1.790) $0.000 o2-Construction Change orden 18% 
motel $57.950_564.948 360.861 Design as Percent of Construction: 10% 
PISIDE 20070 Ee Aen pad sa Other as Percent of Construction: 38% 
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FFY19 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Mar-19 | 03-Jun-19 | 31-May-22 
Design S0.865 $1.329 S0.463 $1.329 
Construction $9.173 $20.532 $11.360 $20.282 nc . . : . 
Other $1898  $3.114 $§1.216  $2.982 ee pall 31-May-22 
Contingency $0.742 $0.000 ($0.742) $0.000 oh eanenacinn Change Onder: 11% 
Total $12.678__$24.975 $24,593 Design as Percent of Construction: 6% 
PTSID: 013A TYEE, BRIDGE Eeeaey Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.798 S0.798 S0.000 S0.794 
Construction $10.222 $10.278  $0.056 $9.743 me , ; 
Other $2,207 $2.223 $0.016 —§2.130 ili atete ll arte BENE: eee 
Contingency $0.511 $0.439  (S0.072) $0.000 Ba ance Ghanee Orden 0% 
Total $13.738__$13.738 312.668 Design as Percent of Construction: 8% 
PURE eet INAES |e UBISIE Eseacy Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.638 $0.638 S0.000 S0.898 
Construction $5.150 $5.150 $0.000 $4.900 sus F . 
Other $2563  §2.563 $0,000 $2.527 ilies aaa ae NI eemeS ae 
Contingency 50.500 S0.500 $0.000 S0.000 oF Construction Change Order: 1% 
Total $8.850 $8.850 $8.324 Design as Percent of Construction: 12% 
Pie oe YEE BRIDGE BEEsey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Jun-19 | 12-Sep-19 | 26-Apr-23 | 
Design $1.013 $1.013 S0.000 $1.117 
Construction $6.040 $12.935 $6.895 $9.778 , : 
Other $194 $2617 $1423 §2.531 pe bees core aon aCe came 
Contingency $0.305 $0.000 (S0.305) $0.000 oF GOH GRinn Grange Order: CA 
Total $8.552_ 516.565 313.426 Design as Percent of Construction: 8% 
PEPE Wines WIRIS Peery Other as Percent of Construction: 20% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design $0.977 $0.977. $0.000 $0.941 
Construction 53.155 $3.155 S0.000 $2.770 as : : 
Other $1520  §0.837 _ ($0.683) _$0.620 SAN os a i SERRSere 
Contingency S0.160 S0.160 S0.000 S0.000 & Constructipn Change Oder 3% 
Total $5.812 $5.129 $4,331 Design as Percent of Construction: 31% 
PTSID: OOLSC SEES BRIDEE Legaty Other as Percent of Construction: 27% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Sep-19 20-Dec=21 
Design S0.700 S0.700 S0.000 S0.560 
Construction $3.982 $3.982 $0.000 $4.642 ee ; 
Other $1.920  $1.580 ($0.340) $1.258 pia costo hae aaa ae 30-Apr-22 
Contingency $0.199 $0.199 $0.000 $0.000 Oe en enen Gaanee order 13% 
Total $6.801 $6.461 36.460 Design as Percent of Construction: 18% 
PUES ney UNIS ENBIGIE Eoeaky Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-May-19 | 09-Aug-19 | 31-Mar-21 
Design S0.379 $0.315 (S0.065) $0.315 
Construction $2.772 $2.672  ($0.100) $2.672 a ; ; ees 
Other $0.906  $0.933 $0.027  $0.883 ee ee pene: 30-sen-21 
Contingency S0.180 S0.000 (S0.180) $0.000 of Construction Change Onder “2% 
i 34.238 33.919 33.869 Design as Percent of Construction: 12% 
PTSID: 0031Y ASRS) BRIEGE Leeay Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jun-19 | 04-Sep-19 | 14-Oct-20 
Design $0.950 S0.884 (SO0.066) $0.884 
Construction $2.171 $2.215 S0.044 $2.215 wise ; : 
Other $1.351 $0590  ($0.761) §0.590 pulelieheone di get BENIe: 31-Oct-21 
Contingency 50.250 $0.000 (S0.250) $0.000 PConenICiGn Guanes orden 7%, 
Total $4.721 $3.689 $3.689 Design as Percent of Construction: 40% 
aes EE ERIDSE Eoeacy Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Feb-19 | 14-May-19 | 15-Dec-20_ 
Design S0.436 S0.436 S0.000 $0.368 
Construction 52.368 $2.368 S0.000 $2.000 st : . 
Other $0.738  $0.853 $0115 §0.917 ee eLNIE: 31-Dec-20 
Contingency $0.275 50.160 (S0.115) $0.000 oF Construction Change Onder “71% 
Total $3.817 $3.817 $3.285 Design as Percent of Construction: 18% 
ppp SOP? TYEE, BBIDBE Leeaey Other as Percent of Construction: 36% 
Budget Spent NTP 
Initial Projected Difference To Date Schedule: P 
Design $0.494 $0.681 $0.188 S0.673 
Construction $2.586 $3.786  $1.200 $3.685 ce : : c 
Other $1,741  $1.654 ($0.087) $1.464 peel wee sean Mr 3i-Mar-22 
Contingency $0.129 $0.000 (S0.129) $0.000 oF GG HOURIOn Granee Order: 16% 
otal 34.950 36.121 35.822 Design as Percent of Construction: 18% 
EUS ceo ee Beery Other as Percent of Construction: 44% 


A- 23 


FFY19 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design 56.400 S5.450 (S0.950) $6.590 
Construction $57.980 $59.004 $1.024 $44.827 ; ; ; 
Other $7.066  $§7.539  §0.473 $9.011 fell pacer alla apne 31-May-23 
Contingency $4.500 S0.000 (S4.500) $0.000 6; Conctttiction Change Order: 1% 
Total $75.946__$71.992 $60.427 Design as Percent of Construction: 9% 
PES 200Te SNEEEEIDBE Eeeasy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [Oa Sdan= 22) 
Design $1.900 $1.900 S0.000 $1.194 
Construction $14.639 $14639 $0.000 $13.924 ae : : ee 
Other $3.898 §3.898  $0.000 $4.418 pia sei sia aCNUE: 30-Jun-22 
Contingency S0.888 $0.888 S$0.000 $0.000 ECan Taninn chance Oren 2% 
Total $21,325 __$21.325 319.536 Design as Percent of Construction: 13% 
eet UNE EVER IEE Eeeeey Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [30-Apr-19 | 06-Aug-19 lov=2% 
Design 51.440 $1.440 S0.000 $1.162 
Construction $15.661 $15.706 $0.045 $14.306 su : : 
Other $5.065  $5.065  $0.000 $4,590 eee eee: 30-Nov-22 
Contingency S0.783 S0.738 (S0.045) $0.000 oF Conktruction Change Order: “1% 
Total $22,949 $22.949 $20.058 Design as Percent of Construction: 9% 
PID, S15SP TYEE, BRIDGE Leeacy Other as Percent of Construction: 32% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design $1.200 $1.200 S0.000 S0.944 
Construction $7.000 $7.000  S$0.000 $5.782 — : ; 
Other $2.030  §2.425  §0.395 $1,749 flea ash aaa a 31-Dec-21 
Contingency $0.500 $0.105  (S$0.395) $0.000 CaN ReTICnGn Grange Order "7% 
Total $10.730_$10.730 $8.475 Design as Percent of Construction: 17% 
PURE oinedl UME ELUBISIE paedcy Other as Percent of Construction: 35% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.14-Dec-18 | 15-Apr-19 | 31-Jul-20_ 
Design $0.451 $0.521  $0.070 S$0.304 
Construction $2.900 $2.900 S0.000 52.904 os : : 
Other $0.210  §0.210 $0.000 —$0.050 dle iano aaaas eUnie: eee ea 
Contingency S0.290 $0.220 (S0.070) $0.000 of Construction Change Order: 0% 
Total $3.851 $3.851 $3.258 Design as Percent of Construction: 18% 
RESIDE S003E TYEE. OPERATING peeacy Other as Percent of Construction: 7% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Jul-19 
Design $0.117 $0.117 $0.000 $0.107 
Construction 52.074 $2.074  $0.000 $2.074 ARs ; 
Other $0.471  §0.471 $0.000 $0.07 pei dere y anal aE NE 31-0ct-20 
Contingency 50.100 $0.100  $0.000 S$0.000 Be enaecan change Grier 0% 
Total $2.762 $2.762 $2.258 Design as Percent of Construction: 6% 
EE eet UNI Es EIETINS) Eeeacy Other as Percent of Construction: 23% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Jan-19 | 14-May-19 | 01-Aug-19 
Design S0.000 S0.000 $0.000 S0.000 
Construction $0.422 $0.360 (S0.062) $0.360 as . ; pinks 
Other $0.247. §0.122 ($0.125) $0,122 Sie paste fa aad BEE: Eemels a) 
Contingency $0.050 S0.000 (S0.050) $0.000 Se Concthliction Change Braet: 0% 
Total $0.719 $0.483 $0.483 Design as Percent of Construction: 
EP Oa ee RE TEEN EBay Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Mar-19 | 06-Aug-19 | 31-Oct-19 
Design $0.024 $0.000  ($0.024) $0.000 
Construction $0.681 $0.530 ($0.151) $0.530 me : ; 
Other $0.242  $0.084 ($0.158) §0.084 fale hese ai: 31-Oct-19 
Contingency $0.100 $0.000 (0.100) $0.000 DGone ion Hanes orden 0% 
Ue. 31.047 30.614 $0.614 Design as Percent of Construction: 
PTSID: 2602B UES RSLS peeaky Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Mar-19 
Design $0.024 $0.000 (S0.024) $0.000 
Construction $0.723 $0.626 (S0.096) $0.626 oar . . ie: 
Other 0.226  $0.082 ($0.144) $0.082 pa el ae eee 
Contingency S0.075 $0.000 (S0.075) $0.000 Se Conctruction change Srder: 0% 
Lic) 51007 30.708 30.708 Design as Percent of Construction: 
PTSID: 2602C TEES PRYEMENT EEeouy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: Su NS: 
Design S0.000 S0.000 S0.000 50.000 
Construction $1.713 $1.824 $0.110 $1.639 ~ ' ; 
Other $0.335  $0.337. $0002 $0.307 ee aera See 31-0¢t-19 
Contingency $0.133 $0.021 ($0.112) $0.000 WA eaneNetad chance Oren 6% 
wots $2,181 $2,181 $1.946 Design as Percent of Construction: 
Pee ate UNIAGE IBEW poeecy Other as Percent of Construction: 18% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Jan-19 | 01-Apr-19 | 31-Oct-19 
Design S0.000 S$0.000 S$0.000 S$0.000 
Construction $2.194 53.256 $1.061 $3.256 2 . 
P: -Oct- 
Other $0557  $0.396 ($0.161) $0.396 lela a ate alla abn 31-Oct-19 
Contingency $0.220 S0.000 (S0.220) $0.000 6; Conctrichion Change Order: 18% 
dota! $2.971 $3.652 $3.652 Design as Percent of Construction: 
PISID:: 260TF PEE A EDIENE Legacy Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Mar-19 | 04-Jun-19 [| 25-Oct-19 
Design S$0.000 S$0.000 S$0.000 S$0.000 
Construction $1.500 51555. S0'055 $1422 ae : : : 
Other 0.280  $0.359  $0.079 $0.325 pia ieee oe ee 31-Oct-19 
Contingency $0.150 $0.017. (S$0.133) $0.000 CConeTanine Chance Orden 8% 
Ue 31.930 31.930 $1,747 Design as Percent of Construction: 
PTSID: 2602A INES TERME) paedcy Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Mar-19 | 14-May-19 | 10-Apr-20_ 
Design $0.024 $0.000 ($0.024) $0.000 
Construction $1.653 $1.526 ($0.128) $1.526 au . ; aos 
Other 0.249  $0.204 += ($0.044) $0.204 ee ents RERUN eA 
Contingency S0.075 S0.000 (S0.075) $0.000 oF Conktruction Change Order: “3% 
rote! $2,001 $1.730 $1.730 Design as Percent of Construction: 
PrsiD: 26012 TEES PAVEMENT pepaty Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Jan-19 | 28-Mar-19 | 10-Apr-20_ 
Design S$0.000 S0.000 S$0.000 $0.000 
Construction $1.133 $1.040 (S$0.093) $1.040 — . ' 
Other 0.288  $0.107 ($0.182) $0.107 fe llel aie ash aaa SNe SESEN eA 
Contingency $0.079 $0.000 (S0.079) $0.000 Cae oreICnGn Grange Order "8% 
ioral $1.500 $1.146 $1.146 Design as Percent of Construction: 
FUEL Be anaes NEE SEOVEMEDE Eoeec) Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Aug-19 | 02-Dec-19 | 08-Aug-— 
Design $1.665 $1.751 S0.086 $1.711 
Construction $12.884 $13.596  $0.713 $11.223 i : ; nae 
Other $3.035  $§6.659 §3.624 $5.371 ll alee el ae ONE sie 
Contingency $0.644 $0.000 (S0.644) $0.000 oe CORE ririon charee Ordek: 8%, 
Total $18.228 522.006 $18.305 Design as Percent of Construction: 13% 
PISIDy 00030 TYEE: PONENIENT pegany Other as Percent of Construction: 49% 
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Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [03-Apr-19 
Design $0.291 S0.326 $0.035 $0.172 
Construction $3.277 $3.277 $0.000 $2.763 Ape 
TP: -Jun- 
Other $0.831  $0.796 (S0.035) §0.518 Biba costo th al ae 30-Jun-20 
Contingency $0.157 $0.157 $0.000 $0.000 Oe ein enen Gaanee order "1% 
oral $4,556 34.556 $3,452 Design as Percent of Construction: 10% 
PEE Oe eee Eoeaty Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Oct-18 | 02-Jan-19 | 23-Oct-19 | 
Design $0.320 S0.283 (S0.037) $0.058 
Construction $0.550 $0.557. $0.007 $0.431 ch ; ; cone 
Other $0.532 $0562  $0.030 $0.167 en lL 31-Dec-19 
Contingency $0.100 S0.100 $0.000  $0.000 Se oneucHon change Onder 50% 
Uc 31.502 31.502 30.656 Design as Percent of Construction: 51% 
PID Eel TNEE) Re EMENT pial Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [15-Aug-19] 22-Oct-19 | 29-Sep-20 | 
Design $0.342 $0.342  $0.000 $0.342 
Construction $2.239 $2.250 $0.011 $2.231 om A 
P: 2 = 
Other $1158  §1.147_ _ ($0.011) $0.736 pl eeheone Agee aon, 31-May-21 
Contingency $0.175 $0.175 S0.000 $0.000 Se COnctruction Change irda 0% 
Total $3.915 $3.915 $3.309 Design as Percent of Construction: 15% 
ee Me eal EN ESeacy Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Sep-19 | 02-Mar-20 | 31-Aug-21 
Design $1.150 $1.150 S0.000 S0.873 
Construction $6.296 $6.296 $0.000 $5.893 st ; ; 
Other $3.021  $3.021 $0,000 §2.138 peel aaet eh oat eLNIE: 31-Dec-21 
Contingency S0.495 $0.495 $0.000 $0.000 oe Construction Change Onder 0% 
total $10.962_510.962 38.904 Design as Percent of Construction: 18% 
PAS IDE OOn0K VEE Pee Leeaey Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [30-Aug-19 | 17-Dec-19 | 30-Jun-21 
Design $0.515 $0.515 $0.000 $0.492 
Construction $3.043 $3.043. $0.000 $2.800 ee : : 
Other $1.025  §1.025  $0.000 $1308 pres ree ace een: 31-May-21 
Contingency $0.175 $0.175 $0.000 $0.000 oF GOH URIOn Grange Order: “2% 
Total 34.758 34.758 34.600 Design as Percent of Construction: 17% 
eh USED EeEaty Other as Percent of Construction: 34% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 16-Nov-18 | 15-Jan-19 | 30-Aug-19 
Design $0.325 S0.273 (S0.052) $0.273 
Construction S6.247 S5.785 (S0.462) $5.785 oo : . hides 
Other $1.190 $0.772 —-($0.418) $0.772 fella pace atl aeNE: SRS 
Contingency $0.312 $0.000 (S$0.312) $0.000 inp erent ae Gates Sider: "7% 
Total $8.075 $6.830 $6.830 Design as Percent of Construction: 5% 
Eis iner ANGE: EEVENENE Leeaty Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Oct-18 | 04-Jan-19 | 27-Nov-19 
Design S0.395 S0.408 $0.013 S0.369 
Construction $3.003 $3.405 $0.403 $2.882 ae : : cote 
Other $0.905  §0.704 (0.201) $0.717 pili sia le 31-Dec-19 
Contingency $0.250 $0.035 (S$0.215) $0.000 EConeTanint chance Orden "A% 
Total 34.553 34.553 33.969 Design as Percent of Construction: 12% 
a Brees TEES PAVEMENT paca) Other as Percent of Construction: 21% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [17-May-19 [18-Jul-19 | 30-Jun-20 | 
Design S0.070 50.070 S0.000 $0.017 
Construction $1.756 $1.801 $0.045 $1.778 eh . : teal 
Other $0.510  $0.465 ($0.045) §0.274 pebble ny eal a acne sala 
Contingency $0.175 $0.175 S0.000 S0.000 8% Construction Change eters 3% 
Total $2,511 $2.511 $2.069 Design as Percent of Construction: 4% 
PTSID: 0192) TYPE: TRALEE Leeaey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 27-Nov-19 | 
Design $0.135 $0.135 S0.000 S0.049 
Construction $1.100 $1.100 $0.000 $0.916 a : : ene 
Other $0.860  $0.860 $0.000 $0.491 daa elena pelle eee: ae Apr-20 
Contingency 50.100 $0.100  $0.000 S$0.000 or GoneruRion aan One "17% 
Use) $2.195 $2.195 31.456 Design as Percent of Construction: 12% 
gle) eel TE SE BEEG Eeeaey Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [20 May-19 | 04-Aug-20 
Design $0.134 $0.042  ($0.092) $0.000 
Construction $0.958 $1.081 $0.123 S0.999 os : . 
Other $0.735  $0.749 $0.014 §0.618 eee eUnirs 31-Dec-20 
Contingency $0.048 S0.003 (S0.045) $0.000 of Construction Change Order: 12% 
Total $1.875 $1.875 $1.617 Design as Percent of Construction: 4% 
Pie eee IEE ERATEIC LSBatY Other as Percent of Construction: 69% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.560 $0.588 $0.028 $0.561 
Construction $1.296 $1.307. $0.011 $1.377 Me , ; 
Other $0.565  $0.493 ($0.073) $0.310 pia costo an aL aaa Ue 30-Jun-21 
Contingency S0.060 $0.037 (S0.024) $0.000 BA eOnTOaion Gaanee order 
Total $2,481 $2.424 $2.249 Design as Percent of Construction: 45% 
Fieie: BS UME Es USA Eaeeuy Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.424 $0.404 (0.020) $0.362 
Construction $1.125 $1.013 ($0.112) $1.013 a ; ; ees 
Other $0.569  $0.694  $0.124 $0.754 en pene: 30-20-20 
Contingency $0.043 $0.043 S0.000 $0.000 oF Conetrichion Change Onder “0% 
i $2.161 $2.154 32.129 Design as Percent of Construction: 40% 
PID Dee IVER: URAEDE paca Other as Percent of Construction: 68% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.500 $0.419 ($0.081) $0.419 
Construction $1.939 $1.550 ($0.389) $1.549 ae ; ; Z 
Other $0.910  $0.894  ($0.016) §0.890 pul ieheise dt gee Bene: 30-Jun-20 
Contingency $0.096 $0.000 (S0.096) $0.000 BA CORE UGION Guanes orden 70% 
Total $3.445 $2.863 $2.858 Design as Percent of Construction: 27% 
aE UE Ue USeUEL® ESeacy Other as Percent of Construction: 58% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.514 $0.514  $0.000 $0.450 
Construction $1.685 $1.770  $0.085 $1.797 st ; ; 
Other $0.914  §1.008 $0,094 $1.035 ee eLNIe: 30-Jun-21 
Contingency $0.075 $0.000 (S0.075) $0.000 oheancracinn chanee Orden 7% 
Total $3.188 $3.292 $3,283 Design as Percent of Construction: 29% 
PIpIE eae IEE? RATES neeaey Other as Percent of Construction: 57% 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [13-Mar-20] 15-dJan-21} = Nov-23 | 
Design $0.835 50.760 (S0.075) $0.708 
Construction $12.971 $12.971 $0,000 $9.847 es ae 
Other $1535 §2.332--$0.797_—«$2.748 ee aE alla 
Contingency $0.840 $0.118  ($0.722) $0.000 oh eanenacinn Change Onder: nA 
Total $16.181__516.181 313.303 Design as Percent of Construction: 6% 
PTSID: 0013R TYEE BRIDGE Leeaty Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [05-Mar-20 | 13-Jul-20 | 21-May-23. 
Design S0.863 S0.863 S0.000 S0.855 
Construction $6.036 $6.036 $0.000 $5.201 oe : : 
Other $3.361 §3.361 $0.000 $2.185 adi actete ll arte le eae 
Contingency $0.302 $0.302 $0.000 $0.000 Ba ance Ghanee Orden 1% 
otal $10.562_$10.562 $8,242 Design as Percent of Construction: 14% 
PUES Bs INAES EUEISE Eoeacy Other as Percent of Construction: 56% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12-Mar-20 | 29-Oct-20 
Design $6.500 56.500 S0.000 $5.833 
Construction $65.964 $67.884 $1.920 $45.405 sus F . 
Other $8.620  §8.620  $0.000 $5,553 ilies aaa ENE: ella 
Contingency $3.298 51.378 (S1.920) $0.000 of Construction Change Order: 6% 
Total $84.382__ $84,382 $56.791 Design as Percent of Construction: 10% 
ie oes WEE BRIDGE LEeaey Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.946 $0.872 ($0.074) $0.793 
Construction $3.426 $3.801 $0.375 $3.539 é : 
Other $0.741  $3.521 $2.780 $2.652 po bees core son aCe eitaal ser 
Contingency $0.130 $0.003 ($0.127) $0.000 oF GOH GRinn Grange Order: 15% 
Total 35.243 38.197 36.984 Design as Percent of Construction: 23% 
pe ones Wilh WRI Boeacy Other as Percent of Construction: 93% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Nov-19 | 27-Jul-20 
Design $11.500 $11.500 S0.000 $9.343 
Construction $212.000 $219.448 $7.448 $151.328 oe . ; 
Other $21.500 $21.500 $0,000 $14.145 SAN dos a a i 30-sep-29 
Contingency $20.000 $12.552 ($7.448) $0.000 ec eaneenuction Change Sraee 1% 
Total $265.000__$265.000 pile ois Design as Percent of Construction: 5% 
PYSID: GOLSB EEN PH DeE Legaty Other as Percent of Construction: 10% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: OiSSep=20) 
Design S0.048 $0.048 S0.000 S0.048 
Construction $1.373 $1.373 $0.000 $1.229 - ‘ : epic 
Other $0.528  §0.528 $0,000 $0,357 alee th aaa oN 30-Nov-20 
Contingency $0.050 S0.050 S0.000 $0.000 oc Construction Change Order 0% 
fot 32.000 32.000 31.634 Design as Percent of Construction: 4% 
PTSID: 2603B ener EME LBBaty Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.052 S0.057 $0.005 S0.057 
Construction $1.613 $1.330 ($0.283) $1.330 ue : : eae 
Other $0.420  §0.300 ($0.121) $0.295 pales ea SEE 30-Nov-20 
Contingency $0.118 $0.000 (S0.118) $0.000 eracmeneran Ghence Orden: "1A% 
Ue) $2.203 $1.686 $1.682 Design as Percent of Construction: 4% 
PISID; 26022 NEES EEVEMENT pokey, Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.18-Feb-20 | 09-Apr-20 | 05-Apr-21 
Design 50.064 50.064 S0.000 $0.063 
Construction $1,323 $1.323 $0.000 $1.148 a ; oe 
Other $0.305  $0.305  $0.000 §0.249 pebble ny eal le 30-Jun-21 
Contingency S0.100 S0.100 S0.000 S0.000 8% Construction Change eters “11% 
Total $1.792 $1,792 $1.460 Design as Percent of Construction: 5% 
PTSID: 2603A TXEE: PAVEMENT EEESey Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 27-Nov-19 | 27-Jan-20 | 25-Sep-20. 
Design $0.150 S0.150 S0.000 $0.142 
Construction $1.455 $1.455 $0.000 $1.322 or : : ee 
Other $0.722 $0.722 $0.000 ~—-$0.418 aa ene pelle gene 30-Jun-21 
Contingency $0.200 $0.200 $0.000  $0.000 or Goneurtion aan One "7% 
Ue) $2.527 $2,527 31.881 Design as Percent of Construction: 10% 
See EE EMEN Eeeaey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-Oct-19 | 04-Mar-20 | 25-Sep-20 | 
Design $0.255 $0.249 (S0.006) $0.249 
Construction $4.837 $4.131  (S0.706) $4.131 me : ; foe 
Other $1.088  $0.669 (50.419) $0.664 pile amie aaaas aeNTes 31-Dec-20 
Contingency $0.242 $0.000 ($0.242) $0.000 Ge netnCaGn chara Order: "0% 
Total $6.421 $5.049 $5.044 Design as Percent of Construction: 6% 
PISID: QO73F PEE PEE ENS Legacy Other as Percent of Construction: 16% 
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FFY20 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12-Nov-19] 13-Feb-20 | 25-Sep-20 | 
Design $0.372 $0.372  $0.000 S$0.283 
Construction $4.491 $4.491  $0.000 $4.128 ee : ; 
Other $3.244  $§1.484 ($1.760) $0.634 pia ceiem ah aL aaa Ue 30-Jun-21 
Contingency $0.374 $0.234  (S0.140) $0.000 Oe en ener Gaanee order "1% 
total $8.481 $6.581 $5.045 Design as Percent of Construction: 8% 
Pp gee re vee beeacy Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [12-Nov-19 | 27-Jan-20 | 27-Oct-20 
Design $0.231 $0.131  ($0.100) $0.000 
Construction $1,575 $1.500 ($0.075) $1.488 sc ; ; ant 
Other $0.461  $0.857 $0,396 §0.917 ee ee pene: 30-Jun-21 
Contingency $0.221 $0.000 (S0.221) $0.000 a enncucian change Onder 0% 
Total $2,488 32.488 $2.405 Design as Percent of Construction: 9% 
PTSID: 0173C SEE) EE EDEN EEEoty Other as Percent of Construction: 57% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [03-Jul-20 | 11-Sep-20 | 14-Dec-20 | 
Design $0.163 $0.187  $0.024  $0.187 
Construction $0.870 $0.761 (S$0.109) $0.761 ma A 
ps -Dec- 
Other $0.689 $0.360 ($0.329) §0.360 pul eeheone digesta eee 31-Dec-20 
Contingency $0.050 $0.000 (S0.050) $0.000 SCORE TRICGR hence orden "19% 
Total $1.71 $1.308 $1.308 Design as Percent of Construction: 25% 
PU UEe area UM ee eM ESL Eoeacy Other as Percent of Construction: A7% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.29-Max O2=Dee=22) 
Design $1.033 $1.105  $0.072 $1.170 
Construction $14.071  $14.071 $0.000 $12.975 st ; ; 
Other $4.275  $4.789  $§0.514 $5,080 ee eLNIe: 30-Jun-23 
Contingency $0.586 S0.000 (S0.586) $0.000 oF Construction Change Onder 10% 
total $19.965_$19.965 $19.226 Design as Percent of Construction: 8% 
ED ae TE El Leeaey Other as Percent of Construction: 34% 
TRAFFIC 
Budget Spent NTP 
Initial | Projected Difference To Date Schedule: 8-Aug-20 | 
Design $0.341 $0.341  $0.000 $0.206 
Construction 51.460 $1.486 $0.027 $1.259 me : : 
Other $1.011  $0.984 ($0.027) $0.70 piel niet aaaas aeNIRs pita tae 
Contingency $0.080 S0.080 S0.000 $0.000 of Construction Change Order: 1% 
Total $2.892 $2.892 $2.234 Design as Percent of Construction: 23% 
ERD ete IEE ERATEIG PPEOGY Other as Percent of Construction: 66% 
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FFY20 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.800 S0.800 S0.000 S0.304 
Construction $1.393 $1.413 $0.020 $1.185 ee ; 
Other $1.506  $1.506 $0,000 §0.709 iia costo sth al aaa Ue 31-Dec.22 
Contingency $0.070 $0.049  (S0.020) $0.000 Oe ener Gaanee order "15% 
total $3.767 $3.767 $2,198 Design as Percent of Construction: 57% 
EUs 2008E ee Eeeacy Other as Percent of Construction: 107% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25-Aug-20 | 29-Oct-20 | 30-Aug-21 
Design $0.221 $0.221 S0.000 S0.205 
Construction $0.933 $0.933 S0.000 S0.861 wi ; . - 
Other $0.409  §0.409 $0.000 —$0.583 ee ee pene: 31-Dec-21 
Contingency $0.094 $0.094 S0.000 $0.000 of Construction Change Onder 0% 
otal 31.656 31.656 31.650 Design as Percent of Construction: 24% 
PTSID: 0153K TWEE: TRAFFIC peeaty Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.155 $0.155 S0.000 S0.038 
Construction $2.291 $2.291 $0.000 $2.133 ma A ; 
Other $0.635  §0.635 $0.000 $0,179 afl eeheone Agee Bene: 31-May-21 
Contingency $0.115 $0.115 $0.000 $0.000 See TnICGR Ghenee orden "79% 
Total $3.196 $3.196 $2.350 Design as Percent of Construction: 7% 
pe ena RE URSIES ESeacy, Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.206 $0.118 (S0.089) $0.097 
Construction 53.084 $3.134  $0.050 $2.860 st ; ; 
Other $1.255 $1,679  $0.423 §1.660 ee eENIe: 31-Dec-21 
Contingency $0.155 $0.006 (S0.149) $0.000 oF Construction Change Onder “2% 
total 34.700 34.936 34.617 Design as Percent of Construction: 4% 
EmSioe G70 VEE ERATEIG PeBaey Other as Percent of Construction: 54% 
Budget Spent dvertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-20 | 15-Jan-21 | 20-Oct 
Design S0.409 $0.409 S0.000 $0.259 
Construction $1,270 $1.270 $0.000 $1.037 ce : : 
Other $1195  §1.195  $0.000 $0.848 perso ee ace een 31-May-22 
Contingency $0.113 $0.113 $0.000 $0.000 oF GG HOURIOn Granee Order: "5% 
otal 32.987 32.987 32.144 Design as Percent of Construction: 32% 
IPE Bene ile SUAS Beary Other as Percent of Construction: 94% 


A- 33 


FFY20 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [21-Jul-20]: 26-Aug-21 
Design S0.294 S0.294 S0.000 $0.291 
Construction $0.974 $0.974  $0.000 $0.931 . , ; 
Other 0.845  §0.845  $0.000 $0,924 lela aan atta apne 31-Dec-21 
a ree ea 50.000 ae % Construction Change Order: -3% 
chi : : : Design as Percent of Construction: 30% 
ie ee APE: ARAFPIC Legacy Other as Percent of Construction: 87% 
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FFY 2021 PROJECTS 
Insert A 


FFY21 


FFY21 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Jul-21 | 18-Mar-22 
Design $4.225 $4.225 S0.000 $2.866 
Construction $167.400 $167.400 S0.000 $49.437 ra ; . ; : 
Other $16.700 $16.700  §0.000 $3.867 ee panel 31-Aug-26 
Contingency $8.500 $8.500 S0.000 S0.000 of Construction Change ern 0% 
Total $196.825 _$196.825 356.170 Design as Percent of Construction: 3% 
PTSID: 2603N IEE eBIESe peeaty Other as Percent of Construction: 10% 
Budget Spent BUVENESE. NTP Complete 
Initial © Projected Difference To Date Schedule: [L1: 20 OSS heb=2 | iS Aiig=2 
Design $2.460 $2.460 S0.000 $2.683 
Construction $29.000 $29.000 S0.000 $24.759 on : : 
Other $4.330 $4.330 0.000‘ $2.878 adi atete cl artic le 30-Nov-23 
Contingency $2.000 $2.000 $0.000 $0.000 Beane Tucion nance Oren 19% 
Total $37.790__$37.790 $30.319 Design as Percent of Construction: 8% 
HIVES CANE INAES TJEISIE pede) Other as Percent of Construction: 15% 
Budget Spent Sans NTP Complete 
Initial Projected Difference To Date Schedule: a 
Design $1.874 $1.874 S0.000 $1.265 
Construction $9.182 $9.182 $0.000 $5.817 es ; : 
Other $4.037 $4.037  §0.000 ~—-$2.005 ilies aaa ENE: 31-Aug-24 
Contingency S0.684 50.684 S0.000 50.000 of Construction Change Order: 1% 
Total $15.777__$15.777 $9.087 Design as Percent of Construction: 20% 
nip |De anteN YEE: BRIDGE Legacy Other as Percent of Construction: 4A% 
Budget Spent GNOMES NTP COMmplete 
Initial © Projected Difference To Date Schedule: ! S20) (Ges 2) (aks 22) 
Design S0.876 S0.876 S0.000 S0.874 
Construction $2.620 $2.620 $0.000 $2.558 é : 
Other $1.753  §1.753 $0.000 $0,997 pe bees coe son aE NE: 30-Apr-23 
Contingency 50.270 $0.270  $0.000 S$0.000 oF GOH GRinn Grange Order: "9% 
Total $5.519 35.519 34.428 Design as Percent of Construction: 33% 
EMEA ZS tens Wilts WGIRIS Boeacy Other as Percent of Construction: 67% 
Budget Spent enn NTP Complete 
Initial © Projected Difference To Date Schedule: [LL 21 0: =22 
Design $3.515 53.635 $0.120 $2.069 
Construction $65.333 $65.432 $0.099 $15.348 es ; ; 
Other $10.152 $11.433 $1,281 $1721 SAN Ate a i SATA 
Contingency $6.000 $4.500 (S1.500) $0.000 & Constructipn Change Oder 0% 
Total $85.000__$85.000 $19,138 Design as Percent of Construction: 6% 
PBIB: Ools2 EES PHDeE Legaky Other as Percent of Construction: 17% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0201L 


Budget Spent 
Initial Projected Difference To Date 
$0.428 $0.428 $0.000 $0.413 
$0.600 $0.600 $0.000 $0.508 
$0.909 $0.909 $0.000 $0.705 
$0.107 $0.107 $0.000  $0.000 
$2.044 $2.044 $1.625 

TYPE: BRIDGE Legacy 


FFY21 


Advertise NTP 


Complete 


Schedule: | 08-Jan-21 [15-Mar-21 | 14-Oct-21 
Anticipated Completion at NTP: 31-Dec-21 
# of months late: 
% Construction Change Order: -15% 
Design as Percent of Construction: 71% 
Other as Percent of Construction: 152% 


Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2604M 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0014N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0032B 


OPERATING 


Budget Spent 

Initial Projected Difference To Date 
$3.100 53.100 $0.000 $2.915 

$59.488  5$59.488 $0.000 $23.753 
$9.510 $9.960 $0.450 $3.560 

$5.950 $5.500 ($0.450) $0.000 

$78.048 $78.048 $30.229 

TYPE: BRIDGE Legacy 


Budget Spent 

Initial Projected Difference To Date 
$2.078 $2.078  $0.000 $2.174 

$7.889 $7.889 $0.000 $6.978 

$4.154 $4.154 S0.000 $3.577 

$0.400 S0.400 $0.000 $0.000 

$14.521 $14.521 $12.729 

TYPE: BRIDGE Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.997 $0.997 $0.000 $0.988 
$5.511 $5.511 $0.000 $4.635 
52.020 52.020 $0.000 $1.520 
$0.280 $0.280 $0.000 $0.000 
$8.809 $8.809 $7.143 

TYPE: BRIDGE Legacy 


Advertise NTP 


Schedule: [EgMemsauyoisSepaaay 09-20 | 
Anticipated Completion at NTP: 31-Aug-26 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 17% 


Advertise NTP 


Complete 


Schedule: [22-Dec-20 [30-Mar-21 
Anticipated Completion at NTP: 31-Dec-22 
# of months late: 
% Construction Change Order: 12% 
Design as Percent of Construction: 26% 
Other as Percent of Construction: 53% 


Advertise NTP Complete 
Schedule: [13-Sep-21 | 18-Mar-22 | 
Anticipated Completion at NTP: 31-Oct-23 
# of months late: 
% Construction Change Order: 1% 
Design as Percent of Construction: 18% 
Other as Percent of Construction: 37% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0131N 


Budget Spent 
Initial Projected Difference To Date 
$0.130 50.130 $0.000 $0.124 
$1.860 51.860 $0.000 $1.741 
$0.210 $0.210  $0.000 $0.237 
$0.075 $0.075 $0.000  $0.000 
$2.275 $2.275 $2.102 

TYPE: OPERATING Legacy 
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Schedule: 


dvertise NTP Complete 


aves WMO HAge2 Wet Ocr=22)| 


Anticipated Completion at NTP: 
# of months late: 


30-Sep-22 


% Construction Change Order: 0% 
Design as Percent of Construction: 7% 
Other as Percent of Construction: 11% 


FFY21 


PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-Mar-21 | 27-May-21 | 15-Sep-21. 
Design S0.054 S0.054 S0.000 $0.054 
Construction $0.841 $0.825 (S$0.016) $0.825 os . : 
Other 0.590  §0.302 —($0.288) $0,302 alata th aa oe 30-Nov-21 
Contingency S0.075 S0.000 (S0.075) $0.000 oc Construction chan aprdek “2% 
Total $1.560 $1.181 $1.181 = 6 : 
Design as Percent of Construction: 7% 
PISIDE 200a0 PERE EVEN ecg Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | 19-Mar-21 | 04-Jun-21 | 28-Oct-21 
Design S0.062 S0.062 S0.000 S0.060 
Construction $1.934 $3.234  $1.300 $2.990 fe : : 
Other $0.575  $0.750 $0175 §0.790 paleesa yea que 39-Nov-21 
Se tea ree vaae 30.025 ee % Construction Change Order: 55% 
: - - Design as Percent of Construction: 2% 
ETSID, 20078 EEE EEN poealy, Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [17-Mar-21 | 17-May-21 | 08-Apr-22_ 
Design $0.053 $0.053 S0.000 $0.053 
Construction $1.164 $1.164 S$0.000 $1.042 oo . ; 
Other $0.400  §0.400  $0.000 $0,189 pbb lee cn olla ae Ne 30-Jun-22 
aly ees eee 50.000 ao % Construction Change Order: -10% 
: : - Design as Percent of Construction: 5% 
PTSID: 2604B SNEED PANEMENT LEeaey Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 2ieSoulS Zia Apr= 23 
Design $0.458 $0.458 S0.000 $0.356 
Construction $3.698 $3.727 $0.028 $3.119 ae : : 
Other $1.543  $1.388 ($0.155) $0.964 Uae elena pelle ane: 31-May-23 
Contingency $0.300 S0.100 (S0.200) $0.000 5 ' : : = 
Total $6.000 $5.673 $4.438 % Construction Change Order: 0% 
: : . : Design as Percent of Construction: 12% 
BSE ooes EE EEN EEeaey. Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr-21 | 09-Jul-21 | 30-Nov-21 
Design $0.300 $0.300 S0.000 $0.280 
Construction $0.500 $0.500 S0.000 $0.403 os : : 
Other $0.644  $0.644 $0,000 §0.387 pile anil apaas eUnie: 30-Jun-22 
oo ee ree 20.000 a % Construction Change Order: -13% 
. - Design as Percent of Construction: 60% 
PiSib pots EE Ov EMENA Legacy Other as Percent of Construction: 129% 
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FFY21 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: SNe 2] (nS iene 
Design $0.035 50.034 (S0.002) $0.033 
Construction $0.353 $0.212 ($0.141) $0.212 Me ; ; 
Other $0.221  $0.227. $0.007 0.227 Biba costo shal aE NE 30-Jun-21 
Contingency $0.035 $0.050 $0.015 5$0.000 Oe ie nenener Gaanee order "3% 
total $0.644 $0.523 $0.473 Design as Percent of Construction: 16% 
PISID: 25082 ev EvENL Breaky Other as Percent of Construction: 107% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [30=Nov=20] 01-Jun-21} Dec-24 | 
Design 56.400 56.400 S0.000 $6.311 
Construction $57.979 $57.979 $0.000 $41.735 wi . . 7 - 
Other $8.200  §8.200 $0,000 $15.160 eee panies 31-Dec-24 
Contingency $2.000 $2.000 S0.000 $0.000 of Construction Change Onder 1% 
Total S73.979 378572 363.205 Design as Percent of Construction: 11% 
PISID: GOS0B INEE) ER EMIED Eeeety Other as Percent of Construction: 14% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jan-21 | 12-Apr-21 | 30-Dec-22_ 
Design $1.169 $1.169 S0.000 $1.090 
Construction $5.536 $5.536 $0.000 $4,914 eh ; ; SA: 
Other $3557 $3.557 $0,000 §2.107 sbi cn ool a ae Ne 31-May-23 
Contingency $0.280 $0.280  $0.000 S$0.000 ee Construction change Gite: 3% 
Total $10,542 _$10.542 38.111 Design as Percent of Construction: 21% 
PTSID: 2601W EXPE SURI ATER LeeSey Other as Percent of Construction: 64% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28—Dec-20 | 24-Mar-21 | 31-May-22_ 
Design $0.335 $0.335 S0.000 S0.302 
Construction $2.547 $2.547 $0.000 $1.945 ea ; ; 
Other $1.688  §1.688 $0,000 $1,031 ee aeNIy: 30-Sep-22 
Contingency $0.060 S0.060 S0.000 $0.000 96 Construction Change Order: “23% 
Total $4.630 $4.630 $3.278 Design as Percent of Construction: 13% 
Rise eee TYR En TRAETE Legacy Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Oct-20 | 15-Jan-21 | 03-May-22 
Design S0.166 S0.166 S0.000 S0.027 
Construction $2.019 $2.108  $0.089 $2.039 ae : ; e 
Other $0.690  $0.690  $0.000 $0.918 peas Sal aan SENTE: 30-sen-21 
Contingency $0.125 $0.036  (S0.089) $0.000 BCOne ion Gaanee Orden 10% 
ioral $3.000 33.000 52.984 Design as Percent of Construction: 8% 
Us Bethe Iniless UALS peng) Other as Percent of Construction: 33% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2603S 


Budget 


Spent 


Initial 


$0.125 $0.125 
$0.900 $0.900 
$1.605 $1.605 
$0.250 $0.250 
$2.880 $2.880 
TYPE: TRAFFIC 


Projected Difference To Date 


$0.109 
$0.752 
$0.326 
$0.000 
$1.187 


Legacy 


FFY21 


Advertise NTP Complete 


Schedule: [| 19-Feb-21 ] 23-Apr-21 | 29-Jun-22 


Anticipated Completion at NTP: 31-Dec-21 
# of months late: 

% Construction Change Order: -14% 
Design as Percent of Construction: 14% 
Other as Percent of Construction: 178% 


Advertise NTP Complete 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0025Z 


Budget 


Spent 


Initial 


$0.540 $0.540 
$4.615 $4.615 
$1.370 $1.370 
$0.240 $0.240 
$6.765 $6.765 
TYPE: TRAFFIC 


Projected Difference 


To Date 
$0.482 
$3.649 
$1.120 
$0.000 
$5.251 


Legacy 


Schedule: [30-Sep-21 | 29-Dec-21 | 18-Apr-23 


Anticipated Completion at NTP: 31-May-23 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 12% 
Other as Percent of Construction: 30% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0011U 


Budget 


Spent 


Initial 


§0.105 §0.105 
$0.926 $0.926 
$1.100 $1.100 
$0.000 $0.000 
$2.130 $2.130 
TYPE: TRAFFIC 


Projected Difference To Date 


$0.039 
$0.558 
$0.257 
$0.000 
$0.854 


Legacy 


Advertise NTP Complete 


Schedule: [30-Sep-21 | 15-Dec-21 | 31-Oct-22 


Anticipated Completion at NTP: 31-Dec-22 
# of months late: 

% Construction Change Order: 0% 
Design as Percent of Construction: 11% 
Other as Percent of Construction: 119% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0162D 


Budget 


Spent 


Initial 


$0.786 $0.786 
$3.746 $3.746 
$1.118 $1.118 
$0.200 $0.200 
$5.850 $5.850 
TYPE: TRAFFIC 


Projected Difference To Date 


$0.714 
$1.118 
$0.746 
$0.000 
$2.578 


Legacy 
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Advertise NTP Complete 


Schedule: [.26-Feb-21 | 15-Dec-21 


Anticipated Completion at NTP: 31-Aug-23 
# of months late: 

% Construction Change Order: 10% 
Design as Percent of Construction: 21% 
Other as Percent of Construction: 30% 


FFY 2022 PROJECTS 
Insert A 


FFY22 


FFY22 
BRIDGE 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.550 $1.550 S0.000 $1.137 
Construction $17.987 $17.987 $0.000 $3.032 ae : eke 
Other $3.610  $3.610  $0.000 $0.908 ee panel 30-Jun-26 
Contingency $1.780 $1.780 S0.000 S0.000 of Construction Change ern 0% 
Total $24,927 524.927 35.076 Design as Percent of Construction: 9% 
EPG, WIRE TYEE BRIDGE Leeaey Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [21-Feb-22 | 19- 22 
Design S0.569 S0.569 S0.000 $0.551 
Construction $3.186 $3.186 $0.000 $1.470 ae ; : 
Other $1560  $1.560  §0.000 $0.547 adi atete le arte ve eee 
Contingency $0.185 $0.185 $0.000 $0.000 Ba ance Ghanee Orden 1% 
Total $5.500 $5.500 $2.568 Design as Percent of Construction: 18% 
a OE NEED ERIDSE poeagy Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Aug-22 
Design 52.500 $2.500 S0.000 $1.349 
Construction $15.777. $15.777. $0.000 $3.333 - ; : 
Other $3.779  §3.779 0.000 $0.579 ilies aaa ae NIE 30-Nov-22 
Contingency S0.790 50.790 $0.000 S0.000 oF Construction Change Order: 1% 
Total $22,846 522.846 $5.261 Design as Percent of Construction: 16% 
pipe ayia TYEE ERIDGE Legacy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jul-22 | 19-Oct-22. 
Design $1.124 $1.124 $0.000 S$0.967 
Construction $10.726 $10.726 $0.000 $1.288 , : 
Other $3.632  $3.632 §0.000 —$0.595 po bees core son aE NE 31-May-29 
Contingency $0.537 $0.537 S$0.000 $0.000 oF GOneLLCION nance order: 0% 
Total $16.018__$16.018 32.850 Design as Percent of Construction: 10% 
USES th UNGES EUUBISIE paeacy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [31-May-22] 03-Aug-22} = May-25 | 
Design $0.922 $0.922  $0.000 S$0.835 
Construction $11.553 $11.553 $0.000 $2.761 es ; ; 
Other $4545  §4.545 §0.000 —-$0.617 SAN dos ar al ot SERENE 
Contingency S0.580 S0.580 S0.000 S0.000 & Constructipn Change Orden 1% 
Total $17.600_517.600 $4,213 Design as Percent of Construction: 8% 
PESID: 00160, SEES BRIDEE Legaty Other as Percent of Construction: 39% 
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FFY22 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [04=Max=22 | 06-May=22_ 
Design $2.451 $2.451 S0.000 $2.153 
Construction $26.560 $26.560 $0.000 $8.241 Se : ; 
Other $5,327. $5.327 $0,000 §2.102 pia costo sn aL aaa Ue 31-Oct-24 
Contingency $1.341 $1.341  $0.000 $0.000 BA eOnTOaion Gaanee order 3% 
ioral $35.679__$35.679 312.497 Design as Percent of Construction: 9% 
IEE 8 (MEE: BRIDGE Peeacy Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Oct-21 | 20-Jan-22 [17-Mar-23 
Design $0.559 $0.559 S0.000 $0.180 
Construction $2.943 $2.943 $0.000 $2.564 sc ; ; ae 
Other $2.834  §2.834 §0.000 $1010 en pene: 3t-Jul-23 
Contingency $0.150 $0.150 S0.000 $0.000 oF Conetrichion Change Onder 7% 
i 36.485 36.485 33.753 Design as Percent of Construction: 19% 
PTSID: OOLEU NEE EGE Eeesey Other as Percent of Construction: 96% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [19-Aug-22 | 19-Oct-22 
Design $0.500 S0.500 S0.000 S0.472 
Construction $4.180 $4.180 S0.000 $1.439 oe : ; 
Other $1.895 $1895 $0,000 §0.515 peleleeheone digital eee: 31-Jul-24 
Contingency $0.220 $0.220  $0.000 $0.000 BA COnEUEION Guanes orden 0% 
Total $6.794 $6.794 $2.426 Design as Percent of Construction: 12% 
PIE Ee Qanle IESE SEES) Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.915 $0.915 S0.000 $0.753 
Construction $6.422 $6.422 $0.000 $1.264 ot ; ; 
Other $2.984  $2.984 $0,000 §0.216 peal aaet rN oat eLNIE: 31-Dec-24 
Contingency $0.330 $0.330 S0.000 $0.000 of Construction Change Onder 0% 
Total $10.652_$10.652 $2,232 Design as Percent of Construction: 14% 
EID yeben TYEE ERIDSE Peery Other as Percent of Construction: 46% 
OPERATING 
Budget Spent NTP mp 
Initial | Projected Difference To Date Schedule: [30-Jun-22 | 09-Sep-22 | 22-Sex 
Design $0.190 $0.190 S0.000 $0.174 
Construction $3.123 $3.123 $0.000 $2.374 me : ; 
Other $0.570 $0570 $0,000 §0.219 pile aniell aaaas eUnie: 30-Jun-24 
Contingency $0.100 S0.100 S0.000 $0.000 oF Constructipn Change Order: 6% 
Total $3.983 $3.983 $2.766 Design as Percent of Construction: 6% 
pie Diese TYEE, OPERATING PeEaGy Other as Percent of Construction: 18% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [.04-Feb-22 | 09-Sep-22 | 23-Jun-23 
Design S0.060 S0.060 S0.000 $0.051 
Construction $1.307 $1.307 $0.000 $1.233 - ‘ : oe 
Other $0.643  §0.643 $0,000 ~—-$0.262 alee th aaa or NU 30-Nov-22 
Contingency 50.050 50.050 S0.000 S0.000 o% Construction Change Order 0% 
Total $2.060 32.060 31.546 Design as Percent of Construction: 5% 
PTSID: 2605C REE EVEN Lebaly Other as Percent of Construction: 49% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: Oct -: 
Design 50.066 S0.066 S0.000 S0.063 
Construction $2.156 53.166 $1.010 $2.998 ae : : : 
Other $0.770  $0.760  ($0.010) $0.604 pales yaa que: 30-Nov-22 
Contingency $0.100 $0.000 (S0.100) $0.000 ae aaron Ghence Orden: 0% 
Use) $3.091 $3.991 33.666 Design as Percent of Construction: 2% 
USER ees UNS Re EIEN paeay, Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [|.04-Feb-22 | 18-Apr-22 | 21-Apr-23. 
Design S0.054 S0.054 S0.000 S0.054 
Construction $1.499 $1.499 $0.000 $1.425 a ; ee 
Other $0.430  $0.430 $0,000 §0.172 pili lee cn eal le 30-Jun-23 
Contingency $0.075 $0.075  $0.000 $0.000 BK Canstiuction Change Order: 0% 
Total $2.057 $2.057 $1.650 Design as Percent of Construction: 4% 
PTSID: 2605B INEE: PAVEMENT EEESey Other as Percent of Construction: 29% 
Budget Spent Advertise 
Initial § Projected Difference To Date Schedule: |. 24-Feb-22 | 13-May-22 
Design S0.595 $0.595 S0.000 $0.522 
Construction $8.467 $8.467 $0.000 $3.119 a : : ee 
Other $3.370  $3.370 $0,000 $1,145 daa elena pelle ale: pare Oct-23 
Contingency $0.520 $0.520  $0.000 S$0.000 OP Cane RGCHGn aan One 70; 
oral $12,952 _$12.952 34.786 Design as Percent of Construction: 7% 
Ee ue EE EEN Eeeaey. Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [13-May-22 | 13-Jul-2: 
Design $0.831 $0.831 50.000 $0.581 
Construction $20.469 $20.469 $0.000 $10.095 os : : 
Other $4.735  $4.735 $0,000 $1.634 pile amie aaaas eUnie: eater Jun-24 
Contingency $1.003 $1.003 $0.000  $0.000 ee eaneteuciGn Chae Grae "1% 
Total $27.037__$27.037 $12.310 Design as Percent of Construction: 4% 
PYSID: O0825 PE PE YEMEN Legacy Other as Percent of Construction: 23% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [16-Nov-21 }| 01-Mar-22 | 18-Nov-22 
Design S0.389 S0.389 S0.000 S0.374 
Construction $7.981 $7.981 $0.000 $6.921 ee ; 
Other §2.250  $2.250  $0.000 $1.612 pia iste th aa aeNTE: Rita Lee 
Contingency 50.400 $0.400  $0.000 S$0.000 Oe nen enen Gaanee Oren 1% 
total $11,019 $11.019 $8.907 Design as Percent of Construction: 5% 
PES ace UNIS HESERMELST Eaeauy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [09=Sep=22] 04-Nov-22} Dec-23 | 
Design $0.450 S0.450 $0.000 $0.285 
Construction $14.575 $14.575 $0.000 $5.904 ch ; ; Spies 
Other $3.467. $3.467. §0.000-—‘$1.031 en ae 31-Dec-23 
Contingency 50.760 50.760 S0.000 S0.000 of Construction Change Onder “1% 
Total $19,251 __ 519.251 37.220 Design as Percent of Construction: 3% 
PTSID: 2604S IVEE: PAVEMENT: LSEeky Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [03-Jun-22 | 27-~ 
Design $0.713 $0.713 S0.000 S0.608 
Construction $29.345 $29.345 $0.000 $21.328 ae ; 
P: -Jun- 
Other $5.310  $5.310 $0.000 $1.386 adulation digital eee 30-Jun-24 
Contingency $1.393 $1.393 $0.000 $0.000 BA Cane UGION Gaanee Orden 11% 
Total $36.761__$36.761 $23,322 Design as Percent of Construction: 2% 
IEUPRECEENS eg aa Eoeacy Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.16-Dec-21 | 18-Mar-22 | 
Design S0.816 $0.816 S0.000 S0.802 
Construction $4.981 $4.981 $0.000 $1.709 oe ; ; 
Other $2.864  §2.864  §0.000 $1320 ee Ne 31Aug.23 
Contingency $0.251 $0.251 S0.000 S0.000 oF Construction Change Onder 3% 
Total $8.911 $8.91 $3.831 Design as Percent of Construction: 16% 
PipID. e0e2u ENCE EEE peeacy Other as Percent of Construction: 57% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Apr-22 | 30-Jun-22 | 04-Dec-22_ 
Design $0.294 S0.294 S0.000 S0.277 
Construction $2.449 $2.449  $0.000 $1.901 ee : : 
Other $1.087  §1.087 §0.000 $0.212 pete sree ace EE 31-May-23 
Contingency $0.170 $0.170  $0.000 S$0.000 oF GOH URIOn Grange Order: 19% 
otal 34.000 34.000 32.389 Design as Percent of Construction: 12% 
piace ouey UNIS Tra ERWELS ped Other as Percent of Construction: 4A% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2605U 


TRAFFIC 


Budget Spent 

Initial Projected Difference To Date 
$0.317 $0.317 $0.314 

$11.274 $11.274 $9.185 
$1.378 $1.378 $1.008 

$0.570 $0.570 $0.000 

$13.540 $13.540 $10.507 

TYPE: PAVEMENT Legacy 


FFY22 


Advertise NTP 


Complete 
Schedule: [24-May-22 | 12-Jul-22 [30-Jun-23 


Anticipated Completion at NTP: 30-Jun-23 
# of months late: 

% Construction Change Order: -1% 
Design as Percent of Construction: 3% 
Other as Percent of Construction: 12% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2604N 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2604P 


Budget 


Spent 


Initial Projected Difference To Date 


$0.151 $0.151 
$1.979 $1.979 
$1.015 $1.015 
$0.200 $0.200 
$3.345 $3.345 
TYPE: TRAFFIC 


$0.152 
$1.464 
$0.631 
$0.000 
$2.246 


Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.407 $0.420 $0.372 
$1.165 $1.675 $0.504 
$1.302 $1.302 $0.432 
$0.341 $0.341 $0.000 
$3.215 $3.738 $1.308 

TYPE: TRAFFIC Legacy 


Advertise NTP Complete 
Schedule: | 18-Feb-22 | 18-Apr-22 | 28-Apr-23 | 


Anticipated Completion at NTP: 31-Jul-23 
# of months late: 

% Construction Change Order: 1% 
Design as Percent of Construction: 8% 
Other as Percent of Construction: 51% 


Advertise NTP 
Schedule: |. 29-Jul-22 | 19-Oct-22 


Anticipated Completion at NTP: 31-May-24 
# of months late: 

% Construction Change Order: 15% 
Design as Percent of Construction: 25% 
Other as Percent of Construction: 78% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2603U 


Budget Spent 
Initial Projected Difference To Date 
$0.377 $0.377 $0.376 
$2.399 $2.399 $2.192 
$1.105 $1.105 $0.725 
$0.120 50.120 $0.000 
$4.000 $4.000 $3.293 

TYPE: TRAFFIC Legacy 


Advertise NTP Complete 
Schedule: | 31-Jan-22 | 18-Apr-22 | 30-Jul-23 


Anticipated Completion at NTP: 30-Jun-23 
# of months late: 

% Construction Change Order: 7% 
Design as Percent of Construction: 16% 
Other as Percent of Construction: 46% 


Advertise NTP 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2603T 


Budget 


Spent 


Initial Projected Difference To Date 


$0.446 $0.446 
§2.783 §2.783 
$2.135 $1.550 
$0.140 $0.140 
$5.504 $4.919 
TYPE: TRAFFIC 


$0.421 
$2.610 
$1.140 
$0.000 
$4.170 


Legacy 
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Complete 


Schedule: 
Anticipated Completion at NTP: 31-Jul-23 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 16% 
Other as Percent of Construction: 56% 


FFY22 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [22-Oct-21 | 21-Jan-22 
Design $0.035 $0.035 S0.000 $0.535 
Construction $5.875 55.875 S0.000 S0.344 oo : . - 
Other $1.014  $1.014 $0,000 §0.325 fella pacer alla eens 30-Jun-24 
Contingency $0.195 $0.195 S0.000 S0.000 @ Construction Change Order: 3% 
Total $7.119 $7.119 31.203 Design as Percent of Construction: 1% 
Cie eae ANGE: AAFC Legaty Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: | = 
Design $0.170 S0.170 S0.000 $0.084 
Construction $1.770 $1.770 $0.000 $0.000 ae . ; ree 
Other $1.275  $1.275 $0.000 §0.172 pees ere a acne eae 
Contingency $0.150 $0.150  $0.000 S$0.000 Ocanercion chance Orden 0% 
Total $3.365 $3.365 30.255 Design as Percent of Construction: 10% 
Ep aecoah NSE SIRAGRE EEeAey Other as Percent of Construction: 72% 
TRANSIT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: ZS Je 23) 
Design $0.369 $0.369 S0.000 S0.000 
Construction $4.378 $4378  $0.000 $3,162 7 oe 
Other $4.239 $4.239 $0.000 $3.16 sll lee en eal ae Ne 31-Mar-23 
Contingency $0.466 S0.466 S0.000 S0.000 % Construction Change Order: 132% 
total $9,452 $9,452 36.279 Design as Percent of Construction: 8% 
PISID: 90058 SXEES SHALOM Leeaey Other as Percent of Construction: 97% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [29-Mar-22 | 10-Jun-22 
Design $2.500 56.300 $3.800 $5.100 
Construction $20.707. $20.707  $0.000 $0.425 ae : : eaete 
Other Sige GAG) Gales) Sil ts Uae elena pel ale Bele: 31-Dec-22 
Contingency $0.000 $0.000  $0.000 S$0.000 OP CORE RGCHGN cane Onin BA 
Ural $25.000__529.669 36.681 Design as Percent of Construction: 30% 
USE ee EE ONO Eeeacy Other as Percent of Construction: 13% 
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FFY 2023 PROJECTS 
Insert A 


FFY23 


FFY23 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [1 25)|e=auge23) 
Design $1.044 $1.044 S0.000 S0.756 
Construction $5.928 $5.928 $0.000 $0.000 ce : : aes 
Other $3.200  $3.200 $0,000 §0.172 ee aR 31-Oct-25 
Contingency S0.300 S0.300 S0.000 S0.000 of Construction Change ern 0% 
Total $10.471__ 510.471 30.928 Design as Percent of Construction: 18% 
EPID: EO03F TYEE BRIDEE Lebery Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [03-Feb-23 | 23-May-23 
Design $1.898 $1.898 S0.000 $1.692 
Construction $12.441 $12.441 $0.000 $0.000 ae : : 
Other 3.754  §3.754 0.000 $0,325 ili alee cl arte aE: 30-Jun-26 
Contingency 50.700 $0.700  $0.000 S$0.000 Ba ance Ghanee Orden 0% 
Total $18.793__$18.793 $2.018 Design as Percent of Construction: 15% 
PUVEE Gh INAS IE UBISIE Ecedcy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 6=Sep=23) 
Design $1.063 $1.063 S0.000 S0.794 
Construction $8.696 58.696 $0.000 $0.000 sus F . 
Other $2.187 §2.187 0.000 —$0.086 ilies aaa ENE: 30-lun-29 
Contingency 50.700 50.700 S0.000 S0.000 of Construction Change Order: 0% 
Total $12.646__$12.646 $0.880 Design as Percent of Construction: 12% 
PiSID: 2e06Y WEE BRIDGE Legacy Other as Percent of Construction: 25% 
Budget Spent NTP Complete 
Initial § Projected Difference To Date Schedule: HTS 28) 
Design S0.450 S0.450 S0.000 $0.273 
Construction $4.657 $4.657 $0.000 $1.924 : : 
Other $1194  $1.194 §0.000-—-$0.225 po bees core an ee 31-May-24 
Contingency S0.500 S0.500 S$0.000  $0.000 oF GOH GRinn Grange Order: 0% 
Total 36.801 36.801 32.423 Design as Percent of Construction: 10% 
EL tee Wile SIS Boeauy Other as Percent of Construction: 26% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $1.509 
Caner enon a NES 2 NA a 30.000 Anticipated Completion at NTP: NA 
Other _NA NA NA $0.175 # of Anite: 
Contingency NA NA NA $0.000 OP Monts late NA 
Total : NA ; NA NA $1.683 % Construction Change Order: 0% 
= . : - Design as Percent of Construction: 11% 
Other as Percent of Construction: 26% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [13-Mar-23 | 25-May-23 | 01-Sep-23 
Design $0.065 $0.065 S0.000 $0.053 
Construction $1.474 $1.474 $0.000 $0.440 Sh abe 
Other $0.595  $0.595  §0.000 $0.075 alata th aa on NU: 30-Nov-23 
Contingency $0.058 $0.058 S0.000 $0.000 o% Construction Change Order 0% 
Total $2,193 $2.193 30.568 Design as Percent of Construction: 4% 
eared EE PvE LeGaey Other as Percent of Construction: 40% 
Budget Spent NTP Complete 
Initial § Projected Difference To Date Schedule: = May=23) 
Design S0.075 S0.075 S0.000 $0.059 
Construction $6.689 $6.689 $0.000 $0.137 ae : : 
Other $1,174  $1.174  §0.000 §0.082 pales ya aun 30-Nov-23 
Contingency $0.250 $0.250  $0.000 $0.000 ae aaron Ghence Orden: 0% 
Ue) $8.187 $8.187 $0.278 Design as Percent of Construction: 1% 
FUSER eto eae eM eEN Peeacy, Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [13-Mar-23 | 30-May-23 
Design S0.070 50.070 S0.000 $0.057 
Construction $1.251 $1.251 $0.000 $1.020 a ‘ ; ee 
Other 0.494  $0.494 $0,000 §0.102 sili lee cn eal a ae NE 30-Jun-24 
Contingency $0.052 $0.052 S0.000 S0.000 & Canstniction Change eters 0% 
fotal 31.867 $1,867 31.178 Design as Percent of Construction: 6% 
PTSID: 2606P SYPES PAVEMENT LeeSey Other as Percent of Construction: 39% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.564 
Constiuctien NA at a 20.000 Anticipated Completion at NTP: NA 
Other _NA NA NA S0.091 EGF onthe late NA 
Sees ie 4a e aes % Construction Change Order: 0% 
a = Design as Percent of Construction: 5% 
PEs eetok Ines GE VELENT EE eacy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [23=Jun=23 ] 23=Aug=23° 
Design $0.795 $0.795 S0.000 $0.602 
Construction $16.900 $16.848 (S0.052) $0.000 os : : eee 
Other $3,232 $3298 0.067 §0.189 prc aac Bene: 30-Jun-22 
Contingency $1.700 $1.685 (S0.015) $0.000 oF Conetruction Change Order: 0% 
Total $22.627__$22.626 $0.791 Design as Percent of Construction: 5% 
EISID: 2evne IEE eee Leeaey Other as Percent of Construction: 20% 


A- 47 


FFY23 


Budget Spent Advertise NTP Complete 


Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.591 
Pag A Teh fet oS 0 NE Ate 50.000 Anticipated Completion at NTP: NA 
Other _NA NA NA $0.166 ak wee 
Contingency NA NA NA $0.000 OEmontns ats NA 
Total NA NA NA $0.758 % Construction Change Order: 0% 
vid . . : Design as Percent of Construction: 10% 
Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-May-2 a 
Design $0.515 $0.515 S0.000 $0.434 
Construction $4.498 $4.498 $0.000 $0.000 on : ; ee 
Other $2.768  $2.768  §0.000 $0.038 dh auch tear el ata een 31-Dec-24 
Contingency S0.500 S0.500 S0.000 S0.000 oF Conctruckion Change Gran 0% 
Total $8.280 $8.280 $0.472 Design as Percent of Construction: 11% 
PSI, 26060 TYEE: PevEMENT Lepacy Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: |18-Aug—23 
Design NA NA NA $0.215 
Colnsendanet 1 AN) Ba 30.000 Anticipated Completion at NTP: NA 
Other NA NA NA $0.105 af ry 
Contingency NA NA NA $0.000 OE menu eae: NA 
Total NA NA NA $0.320 % Construction Change Order: 0% 
- . : Design as Percent of Construction: 13% 
PIE ep Geek UMS aN EIMENN peedcy Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25-Sep-23 
Design NA NA NA $0.942 
conse action Ne a8 de 30.000 Anticipated Completion at NTP: NA 
Other am ee ase 90.144 # of months late: NA 
So a ; af ; - 44 pee % Construction Change Order: 0% 
= - Design as Percent of Construction: 13% 
Piel: 2G08% Peper Pay EMEN [eBay Other as Percent of Construction: 30% 
a 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design $1.140 $1.140 S0.000 S0.601 
Construction $7.003 $7.003 S0.000 S0.000 ae F . ae 
Other $1.835  $1.835  §0.000 $0.071 pal clerk ga ae sie 
Contingency $0.350 S0.350 S0.000 S0.000 6 Consttuction Change Order: 0% 
Total $10.328 510.328 $0.672 Design as Percent of Construction: 16% 
EiSID= 206k eal begaty Other as Percent of Construction: 26% 
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Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0026Q 


TRAFFIC 


Budget Spent 

Initial Projected Difference To Date 
NA NA NA $0.554 
NA NA NA $0.000 
_NA NA NA $0.081 
NA NA NA $0.000 
NA NA NA 50.635 

TYPE: TAP Legacy 


FFY23 


Complete 


Advertise NTP 


Schedule: 
Anticipated Completion at NTP: NA 
# of months late: NA 
% Construction Change Order: 0% 
Design as Percent of Construction: 9% 
Other as Percent of Construction: 21% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2605Y 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2606R 


Budget Spent 
Initial Projected Difference To Date 
$0.475 $0.475 $0.000 $0.408 
52.981 52.981 $0.000 $0.000 
$1.820 $1.820 $0.000 $0.161 
$0.400 50.400 $0.000  $0.000 
$5.676 55.676 $0.570 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.525 $0.525 $0.000 $0.381 
53.499 53.499 $0.000 $0.555 
$2.057 52.057 $0.000 $0.336 
$0.225 $0.225 $0.000  $0.000 
$6.306 $6.306 $1.272 

TYPE: TRAFFIC Legacy 


Advertise NTP Complete 


Schedule: [23-Jun-23 | 22-Auc 
Anticipated Completion at NTP: 31-Oct-24 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 16% 
Other as Percent of Construction: 61% 


Advertise NTP 


Complete 


Schedule: [31-Oct-22 | 06-Feb-23 
Anticipated Completion at NTP: 31-Jul-24 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 15% 
Other as Percent of Construction: 59% 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 2605W 


Design 
Construction 
Other 
Contingency 
Total 

PTSID: 0102R 


Budget Spent 
Initial Projected Difference To Date 
$0.753 $0.753 $0.000 $0.409 
53.163 53.163 $0.000 $0.282 
$1.438 $1.438 $0.000 $0.169 
S0.160 S0.160 $0.000 $0.000 
$5.514 $5.514 $0.860 

TYPE: TRAFFIC Legacy 


Budget Spent 
Initial Projected Difference To Date 
$0.642 $0.642  $0.000 $0.535 
$3.566 $3.566  $0.000 S$0.539 
$2.123 $2.123 $0.000 $0.448 
$0.180 $0.180  $0.000 $0.000 
$6.511 $6.511 $1.521 

TYPE: TRAFFIC Legacy 


A- 49 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 30-Jun-24 
# of months late: 
% Construction Change Order: 13% 
Design as Percent of Construction: 24% 
Other as Percent of Construction: 45% 


Advertise NTP Complete 


Schedule: [29-Nov-22 
Anticipated Completion at NTP: 31-May-25 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: 18% 
Other as Percent of Construction: 60% 


Budget Spent 

Initial Projected Difference To Date 

Design $0.215 $0.215 $0.000 $0.000 

Construction $4.779 $4.779 $0.000 $0.377 

Other $1.380 $1.380 $0.000 $0.088 

Contingency 50.240 50.240 $0.000 $0.000 

Total $6.614 $6.614 50.464 
PTSID: 2606A TYPE: TRAFFIC Legacy 
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FFY23 


Advertise NTP Complete 
Schedule: =O 


Anticipated Completion at NTP: 30-Jun-24 
# of months late: 


% Construction Change Order: 0% 
Design as Percent of Construction: 4% 
Other as Percent of Construction: 29% 


FFY 2024 PROJECTS 
Insert A 


FFY24 


FFY24 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.772 
Construction ee a ee 30.000 Anticipated Completion at NTP: NA 
Other NA NA NA $0.072 # of Kolate: 
Contingency NA NA NA $0.000 on Mmenineiet: NA 
Total NA NA NA $0.844 % Construction Change Order: 0% 
- Design as Percent of Construction: 18% 
PTSID: 2605M TYEE BRIDGE Eeeacy Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $3.692 
Consiction Ne ee aes 50.000 Anticipated Completion at NTP: NA 
Other NA _ NA NA $0.286 iat aes 
Contingency NA NA NA $0.000 eS gee , i 
Total NA NA NA $3.978 % Construction Change Order: ( 


- Design as Percent of Construction: 4% 
Other as Percent of Construction: 23% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.000 
Sopetracnion a Ne he 30.000 Anticipated Completion at NTP: NA 
Other _NA NA NA S0.000 Hick palate: 
Contingency NA NA NA $0,000 PEMOnES ee NA 
Total NA NA NA $0.000 % Construction Change Order: 0% 
- Design as Percent of Construction: 12% 
ETSI 2e08E TYPES EBIDGE Legacy Other as Percent of Construction: 15% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.357 
pelted ue ae) sa 50.000 Anticipated Completion at NTP: NA 
Other NA NA NA 50.086 f Wedatee 
Contingency NA NA NA §0.000 Beno Nate NA 
Total NA NA NA $0.443 % Construction Change Order: 0% 
- - - Design as Percent of Construction: 37% 
ee eouZe EEE RIDGE poeaey Other as Percent of Construction: 106% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.071 
Ponseuetion baa a A $0.000 Anticipated Completion at NTP: NA 
Other _NA NA NA $0.008 # of He ate: 
Contingency NA NA NA $0.000 Or ents ete NA 
Total NA NA NA $0.078 % Construction Change Order: 0% 
: Design as Percent of Construction: 9% 
PapiD: 2601? INGE BRIDGE Peay Other as Percent of Construction: 23% 
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FFY24 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.445 
Construction NA NA NA $0.000 nee F ’ 
Other “NA NA NA $0.330 aba ise ane SNE He 
eu me a Ne 30.000 % Construction en e Order: 0% 
Total NA NA NA $0.775 @ 8 fs 


: Design as Percent of Construction: 27% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.105 
Construction NA NA NA $0.000 tg : : 
Other NA NA NA $0.024 pours eala al a 
Contingency NA NA NA $0.000 oe Construct Ch Order: 0% 
Total NA NA NA $0.130 pSODSE CKO N Ciaed Sloe : 
Design as Percent of Construction: 13% 
PTSID 200k EE BRIDGE LSeaty Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA NA NA $0.000 
Construction NA NA NA $0.000 Be : } 
Other NA NA NA $0,000 biel lee Mesa BE NTE: Me 
Contingency NA NA NA $0.000 %C : Ch Orden 0% 
Total NA NA NA $0.000 0) onstruction ange Or er: () 
- Design as Percent of Construction: 4% 


PTSID: 2607J Uinta BEE poeea! Other as Percent of Construction: 21% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.497 
Construction NA _ NA NA $0.000 ts : ‘ 
Other NA NA NA $0,114 oa al send A BUITE: aE 
Contingency NA NA NA $0.000 i Bee ; i 
% Construction Change Order: 0% 
Total NA NA NA $0.611 . ache if 
Design as Percent of Construction: 3% 
PTSID: 2604Y PES ERIEGE ESBaey, Other as Percent of Construction: 15% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.000 
Construction NA NA Na 30.000 Anticipated Completion at NTP: NA 
Other _NA NA NA $0.000 : 
: # of months late: NA 
Contingency NA NA NA $0.000 : : ; : 
% Construction Change Order: 0% 
Total NA NA NA $0.000 ke ; 
Design as Percent of Construction: 6% 
pac aaiee ae TPE? OPERATING eeeaey Other as Percent of Construction: 42% 
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FFY24 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.000 
Cate Ie) Ne he ne 30.000 Anticipated Completion at NTP: NA 
Other NA NA NA S0.000 foe evar 
Contingency NA NA NA $0,000 PU NA 
Total NA NA NA $0.000 % Construction Change Order: 0% 
or . . - Design as Percent of Construction: 2% 
pe ee UMA EREY: Sale poeecy Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.000 
ponsinuction ue Ne we 30.000 Anticipated Completion at NTP: NA 
Other NA NA NA S0.000 # of Hetlate: 
Contingency NA NA NA $0.000 DLIMOHEDS Ate: NA 
Total NA NA NA $0.000 % Construction Change Order: 0% 
: Design as Percent of Construction: 6% 
PTSID: 2607B EES OE ERATING EPeacy Other as Percent of Construction: 37% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.796 
poner ucien va 2 WA ie 30.000 Anticipated Completion at NTP: NA 
Other _NA NA NA $0.163 # of the late: 
Contingency NA NA NA $0.000 pL beatae NA 
Total NA NA NA $0.959 % Construction Change Order: 0% 
: Design as Percent of Construction: 8% 
Piss 2603s Te PVEMENT peer Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.956 
ColtseMe cel Ne aN Ne 30.000 Anticipated Completion at NTP: NA 
Other NA NA NA $0.242 Ge Preise: 
Contingency NA NA NA $0.000 elena. NA 
: % Construction Change Order: 0% 


Total ane Sule Hs $1.198 Design as Percent of Construction: 7% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.331 
Construction NA NA Na 30.000 Anticipated Completion at NTP: NA 
Other _NA NA NA $0.042 ioe Ke fate: 
Contingency NA NA NA $0.000 OBMONINS late NA 
Total NA NA NA $0.373 % Construction Change Order: 0% 
: Design as Percent of Construction: 12% 
PTSID: 0138C TPE AMEMENS, peeaey Other as Percent of Construction: 41% 
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FFY24 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 

Design NA NA NA $0.021 
Concert ole. ate We 50.000 Anticipated Completion at NTP: NA 
Other NA NA NA $0.008 

; # of months late: NA 
Sey lalsts Ia? me as Ne 30.000 % Construction Change Order: 0% 
Total NA NA NA $0.029 3 8 


. Design as Percent of Construction: 44% 
Other as Percent of Construction: 55% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.393 
ponsinuction ue ee NS 30.000 Anticipated Completion at NTP: NA 
Other NA NA NA S0.209 ; 
Contingenc NA NA NA §0.000 B OLMONtHS late. NA 
Total gency NA NA NA $0.603 % Construction Change Order: 0% 
2 - Design as Percent of Construction: 10% 
ETD 2 006i AEE SOVEMENT: Lseacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.046 
Celet deliiel (| aA NG Be 50.000 Anticipated Completion at NTP: NA 
Other NA NA NA $0.041 ? 
Contingenc NA NA NA §0.000 UOMO DENS Nate: NA 
Total gency NA NA NA $0.087 % Construction Change Order: 0% 
- : . Design as Percent of Construction: 11% 
Other as Percent of Construction: 33% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.065 
cenecucuon ae ae e 30.000 Anticipated Completion at NTP: NA 
Other _NA NA NA $0.034 # of Paritee: 
Contingency NA NA NA $0,000 OeMenels ite: NA 
: % Construction Change Order: 0% 


Total ae ala ue $0.099 Design as Percent of Construction: 18% 
Other as Percent of Construction: 58% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.188 
Constry een yee ale Ne 30.000 Anticipated Completion at NTP: NA 
Other _NA NA NA S0.007 er Helate: 
Contingency NA NA NA $0.000 ORS eet NA 
Total NA NA NA $0.195 % Construction Change Order: 0% 
: Design as Percent of Construction: 6% 
PEMD aie Rilo LS pea’ Other as Percent of Construction: 31% 
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FFY24 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA NA NA $0.000 
onstruction ANA Me pe 30.000 Anticipated Completion at NTP: NA 
Other NA NA NA $0.000 
: # of months late: NA 
Contingency NA NA NA $0.000 i Z ; 
Total NA NA NA $0.000 % Construction Change Order: 0% 
: . = . Design as Percent of Construction: 9% 
PpSIDs eon ks pa coas begacy Other as Percent of Construction: 44% 
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Project Summary Lists 
Insert A 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC A 10 a? Eee Gee ls75 
0414L Central RI Bridges - Group 12 (29 Bridges) CHASCOVCRAJE A] 28 Sep-17 Jan-18 = Nov-19-62 
C;WAR;WGR;WST 
0114S Cumberland |-295 Corridor Bridges (37T - |) cuM A 40 a Bey 8 Me si60 
0168H Hope Valley Bridges (69D) covrossHoP;RAt 05 i i es 
0143W Horton Farm Bridge No. 472 (57M) EPR A 10 za i 38M 3137 
0013M 1-195 Corridor Bridges (77) EPR; PVD 223 nl a | | o§128 
0114U 1-295 Bridges Contract 2 JOH A2 6 0 See Seis GO gu5 
0114T 1-295 Bridges Contract | CRA A2 4 0 Sepa Memes BSW 5200 
0414R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A2 4 0 Hepa Games Mey g214 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 AR A2 20 Se fis MEM $193 
0114N Oxford Street Bridge No. 653 (27) PVD 306011 0 il CS gu39 
0016J Pine Street Bridge No. 548 (31) PAW A306 11 (0 Si TBC:72 
0027B Reconstruction of the Route 6/10 Interchange PvD A-3 9 0 Pye AC Ov-23 $2704 
0013L Route 146 Corridor Bridges (38) NSM A3 20 Sepa Games fSM fo6 
0014F Simmonsville Bridge No. 326 (57C) JOH A-3 10 a_i mam s6 
0168C Victory Highway Bridge No. 589 (71) WGR A-4 io i Hi Mm s19 
0114K Wood River Valley Bridge No. 404, 1-95 North & South (7T HOPsRIC A-4 10 = fe Me 3132 
40 36 $476 
PAVEMENT 
0173U 1R Improvements to Winsor Avenue JOH; SCI A-6 0 0 Sep-17 Jan-18 Ts. 
0007C East Main Road 1R Improvements POR AS 00 Fae Ray Bee ite 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR CS 00 i i Hm i67 
0082C_ 1-95 Resurfacing, C-2 (Pawtucket) PAW CoS 0 i i Ham 330 
0081D Improvements to US Route 1 (South Kingstown) SKS A-6 0 0 Sep-17 Feb-18 MCSE $5.0 
0081K Pavement Preservation to Rt 1A (Newport Ave) FAW A-7 0 0 Eeenad Jan-18 Reems $3.1 
0081W Route 146 Improvements LIN;NPR;PVD A.7 86060 00 CTC (G5 
0081R Route 24 Improvements FOR A-7 0 0 Jun-17 Oct=17 Cees $5.2 
0166H Route 4 Improvements, C-2 EGR;NKS;WAR  A-7 0 0 Setewe Jan-17 Wayets $4.1 
0173S Snell Road Improvements LCM wy i i Ea hos 
0173Z US Route 6 Hartford Ave JOH; SCI Bs 00 x E> Eee 60 
0165V Woodville Road Improvements HOP; RIC Bs $60 i i Hm 324 
0 0 $49 
TRAFFIC 
0025E Coventry - Local Safety Improvements cov A-8 0 0 May-17 Sep-17 Wey = $0.0 
0025F Cranston - Local Safety Improvements CRA A-9 0 0 Aug-17 Nov-17 WOvETs = $0.5 
0153T Diamond Hill Road Improvements at Mendon Road WNS A-9 0 0 Sep-17 Jan-18 TE 8 $16 
0025J High Friction Surface Treatments 2016 STATEWIDE = AQ 06h lQ Ol CCH 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Cu SKS A-9 0 0 Sep-17 Jan-18 Sepa] $0.7 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv GL° oo 00 Et => mam 14 
0011D Intersection Safety Improvements Newport, Warwick, Johns YORFNPT;WAR A140 0 0 Gopal) Jan-18 Orem $1.1 
0025P Statewide Road Diet 2017 STATEWIDE A1Q 0 0 GCE SG 6=606MGRE tus 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE §=6A1O 600 0060 CE i 14 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0 0 $8 

TAP 

0021U Blackstone Bikeway 8C NSM; WNS AS 0 0 (Gneiy Seam SGV 328 
0 0 $3 

STORMWATER 

0166M High Street/Kingstown Road Stormwater Mitigation SKS ‘5B 060360 i i> am 02 
0 0 $0 

OPERATING 

0084C 2017 Crack Sealing Limited Access STATEWIDE  $A4 Dl C05 

0084B 2017 Crack Sealing North and East Regions STATEWIDE  $A4 0 lk iC C05 

0084A 2017 Crack Sealing South and Central Regions STATEWIDE A-4 0 0 Reena) Jul-17 CEM $06 

0086Y 2017 Paver Placed Elastomeric Surface Treatment EIN RIGHT AS 0) 0 a hCU 12 

0086X 2017 Rubberized Asphalt Chip Sealing coviros:clorHAS 0 0 i i Ea 520 

0073M 2017-2018 Statewide Pavement Striping -North cece RS fo Pa Ey OS18 

M; PAW; SMI; WNS 

0201V 1-95 Corridor Preservation - Bridge Washing (58C) CRA;PVD;WAR A5 718 Mee Gi 86m 953 

0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A5 0 0 io yy 6M ig 
7 18 $14 

Number of In design Advertised In Construction Complete Total 47 54 $550 


Projects: 0 0 iL. 47 48 


Schedule 
NTP 


PTSID Project Name 


FFY18 


BRIDGE 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR 


0013P Bridge Group 06 - PVD 

0013G Bridge Group 09 - CRA, JOH 

0013S Bridge Group 13A - Rt 146 C-1 
0013U Bridge Group 15A - East Bay 

0015A Bridge Group 15B - Aquidneck Island 


0017E Bridge Group 16T-13 - Woonasquatucket Br 
0114V Bridge Group 35T-8 - I-295 C-3 

0017G Bridge Group 38C - Geneva Pond 

0114J Bridge Group 38T-12 - Rt 146 Farnum Pk 
0015B Bridge Group 46A - Lafayette Rd 

0145Q Bridge Group 48A - Howard Rd 

0143A Bridge Group 57K - Big River 

0201A Bridge Group 58B - Railroad Ave 

0201B Bridge Group 58E - Barbs Hill Rd 

0194C Bridge Group 59A - Park Ave RR 

0014D Bridge Group 59B - Centerville Rd 

0014Z Bridge Group 62T-11 - Louisquisset Pk 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp 


0170B Replacement of the Park Avenue Bridge No. 480 Superstru 


PAVEMENT 
0012Q 1-195 Relocation - C-17 - Waterfront Parks 


0012T 1-195 Relocation - C-18 - Gano St 

0171D Nayatt Rd (Rumstick Rd - Washington Rd) 

0165J Railroad St (Manville Hill Rd - Rt 126) 

0173K Rockland Rd (Central Pk to Danielson Pk) 

0130E Rt 2 - Reservoir Ave (Sockanosset Cross Rd - Rt 12) 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) 


TRAFFIC 
0025S 2018 Roadway Departure Mitigation - C-1 


0025K 2018 Intersection Safety Improvements - Statewide 


0011E Aquidneck Avenue HSIP 

0076Z Aquidneck Avenue Improvements 

0072Z HSIP - Rt 1, S. County Median Guardrail 

0025N Intersection Safety Improvements 2017 Statewide 


Locations Page 


EGR;EXE;WAR;W A.44 
GR 


oi ae A-11 
CRA; JOH A-11 
NSM; PVD 11 


BAR;EPR;WRN A-44 


MID;NAR;NPT;P A-42 
OR; TIV 


PVD A-12 
JOH A-12 
PVD A-12 
NSM A-12 
NKS A-13 
CUM A-13 
WGR A-13 
BUR A-13 
cov A-13 
CRA A-14 
WAR A-14 
LIN A-14 
PVD A-14 
CRA A-14 
PVD A-16 
PVD A-16 
BAR AAT 
LIN AAT 
scl AAT 
CRA AAT 
GLO; SMI A-17 
JOH A-18 


CRA;EPR;LIN;N A-18 
KS; PVD; SMI; WA 
R 


EGR;EPR;LIN;P A-18 
VD; WAR 


MID A-19 
MID A-19 
CHA; WES A-19 


CRA; CUM; PVD;W A-49 
AR 


0073X_ Intersection Safety Improvements to Rt 114 between Bear CUM A-19 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Cro S“1 A-20 


— 


[ — e) 
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BRIDGES 
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Construction 


Advertise 


Sub Complete Budget ($M) 


$7.4 


$8.1 
$2.8 
$4.4 
$6.5 
$5.5 


$6.7 
$10.7 
$2.6 
$10.2 
$6.5 
$1.8 
$2.3 
$1.7 
$1.5 
$7.6 
$4.2 
$20.4 
$3.7 
$2.2 
$117 


$6.1 
$1.6 
$2.7 
$2.3 
$1.4 
$4.5 
$7.5 
$1.3 
$27 


$0.8 


$0.8 


$0.5 
$1.8 
$2.2 
$2.1 


$7.3 
$0.6 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0071P Metacom Avenue - HSIP BREF WEN A-20 0 0 $3.1 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr “SM? WAR A-20 0 0 $1.6 
0091S Roadway Departure Mitigation - Systemic High Friction Surf ©R4* SbO A20 0 0 $0.8 
0073S Rt 146 Guide Signs - C-1 - North NSM A-20 0 0 $1.5 
0162A SRTS - C-1 (Cra, Epr) CRA;EFR A-21 0 0 $1.1 
0080H STC - Allens Avenue at Terminal and Ernest yD A-21 0 0 $0.8 
0080C STC - Statewide Pedestrian and Intersection Safety Improv BAR#CUM;EGR;J A-24 0 0 $1.2 
AM; LCM; LIN; TI 
V;WAR;WST 
0 0 $26 
TAP 
0021S Blackstone River Bikeway - 8B-1 WNS A-18 0 0 $2.5 
0026P Trestle Trail Bridges - West cov A18 0 0 $4.1 
OPERATING 


TATEWIDE A-15 


0105C 2018 Crack Sealing Limited Access 


[—) 
[—) 
Hh 
~“I 


oe 0 0 
0105F 2018 Crack Sealing North and East Regions STATEWIDE A-15 0 0 $0.7 
0105B 2018 Crack Sealing South and Central Regions STATEWIDE A-15 0 0 $0.7 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 rae NSM; SCT;WA-15 0 0 $1.2 
0105G 2018 Paver Placed Elastomeric Surface TreatmentC-2 EEK; eo ee, $2.6 
0105E 2018 Rubberized Asphalt Chip Seal C-1 BUR; COV;CUM7F A-16 0 0 $1.4 
OS;GLO; SCI 
0105A 2018 Rubberized Asphalt Chip Seal C-2 a RIC;S A16 0 0 $1.5 
0131L Salt Storage Facility - Portsmouth POR A-16 0 0 $1.2 
0 0 $10 
TRANSIT 
9007Q Pawtucket/Central Falls Commuter Rail Station and Bus Hu PA A-21 0 0 $43.6 
0 0 $44 
Number of In design Advertised In Construction Complete Total 13 70 $230 


Projects: 0 0 0 34 34 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY19 
BRIDGE 
0013A Bridge Group 01 - PVD PVD A22 05 So Gem 8m s205 
0013N Bridge Group 03 - I-95 PAW A2 011 eS Gem ma $103 
0114W Bridge Group 12A - Sandy Bottom cov wWmisei { il Hy Ea $52 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI ros;crorpvo:s A221 13 i  s129 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI Soe OOH R2e. B45 So to Me 32 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI ie. 01 Bepeta = «ees Ci 
0031Y Bridge Group 18B - EGR, NKS EGR; NKS A233 011 Mee MS eee 327 
0114X Bridge Group 40A - Hawkins PVD BRB 10 == He Gag 422 
0015D Bridge Group 40B - Bath St East PVD AB 10 ao myo Beg 524 
2601G Bridge Group 44A - Silver Creek BRI A232 10 k= Ma mag 333 
2601E Bridge Group 51A - Rt 37 C-2 CRA; WAR A24 4 8 [SBS  GERRAG 8 aug-24 $590 
0143C Bridge Group 54A - Kingston Rd Bridge RIC A2 10 = Gi 4 GR si46 
0156D Bridge Group 58A - Division St EGR A24 61 0 GSES MOSS 86157 
0014M Bridge Group 62 - Manville Br cuM wmniisese i i i 370 
12 79 $163 
PAVEMENT 
0105H 2018 Crack Sealing South and Central Regions C-2 STATEWIDE A425 0 0 ~——o fy Me 404 
2602B 2019 Crack Sealing North and East Regions C-1 STATEWIDE 6 A250 0 CCPCi05 
2602C 2019 Crack Sealing South and Central Regions C-1 STATEWIDE 6 A250) 0 COCO h06 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1  Cov;cra;cuM ~.25 0 0 [SRE ABER «8©6GGERMD 8918 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2. CRAFRIC#SCT/S A260 0 Qan-19 Apr-19 Oct-19 $33 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 ee A-26 0 0 Mar-19 Jun-19 $16 
2601Z 2019 Rubberized Asphalt Chip Seal BUR;NSM;RIC A.26 60 00 | ko )03=—6d MS) O15 
2601C 2019 Rubberized Asphalt Chip Seal C-1 BuURGLO;scr A726 0 0 So EE MED $10 
0004D Broad St Regeneration CFA;CUM;PAW A.26 0 0 FGSERS BBGMS  MGGR2S $136 
0173G Central Pk & Battey Meetinghouse Rd SCI AZ” 00 i a em 333 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) cov A2 00 Cs Emm GM $06 
Q055L Old Tower Hill Rd (Rt 108 - Rt 1) SKS A27 60 0) GSS (SS EE §23 
0050A Pell Bridge Ramps - Phase 1 MID; NPT AZ 0006 0 ( oC C633 
0076R Rt 44 - Taunton Ave (Rt 14/114 - Mass S/L) EPR A260 0 SC g30 
0081Y Rt6 - (Rt 102- Rt 101) SCI A228 0 0 SCS 86M Ss§5.8 
0081J Rt 78 (Rt 4 - Conn SIL) WES 22 0 0 Ges Gm 86M 534 
00 $49 
TRAFFIC 
0192J High Friction Surface Treatment - |-95 Curves Pawtucket, R PAW A-28 0 0 May-19 Jul-19 HG $1.8 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Im STATEWIDE = s.28—s) )ti«wWS GSC (Cg 
2601U SRTS - C-1A (Bar) BAR A2 00 == ys Mom 411 
0162G SRTS - C-2 (Nar) NAR A2 00 =o > emg 413 
0162H SRTS - C-3 (Smi, Wns) SMI;WNS A2 00 = By Tig $10 
0080E STC Misc Improvements 2018 COV;CUM:LIN;N A.29 0 0 (a fy FRM $15 


SM; POR; PVD; SM 
I;WAR 


PTSID Project Name Locations Page = BRIDGES : Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 


2601H STC Misc Improvements 2019 COV;EPR;HOP;J 0.29 0) 0) x2 Ee Me fi3 


OH; LIN; NPR; NS 
M; POR; TIV; WES 


;WGR 
0 0 $10 
OPERATING 
9003E Materials Lab - Quality Assurance PVD A24 00 Bes a Gig y29 
0131M Salt Storage Facility - East Providence a A-25 0 0 Jul-19 eres] 2.1 
0 0 $5 
Number of In design Advertised In Construction Complete Total 12 79 $227 
Projects: 0 0 1 38 39 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY20 
BRIDGE 
0013R Bridge Group 10 - |-295 SMI A30 6001006 eCi(ts 
2601A Bridge Group 43A - Mohegan BUR A30 1 0 Meee Giiea0 
0017B Bridge Group 49 - Henderson EPR; PVD A330 3 0 Mar-20 Oct-20 
0145C Bridge Group 53 - Union Village RR NSM A30 1 0 Meeeao GiieZ0 
0018B Bridge Group 757-5 - I-95 Viaduct NB PVD 30 6 506 NCS )=— 
11 15 
PAVEMENT 
2603B 2020 Crack Sealing Limited Access C-1 crarexeHoP;P AS 0 0 i i ots 
R 
2602Z 2020 Paver Placed Elastomeric Surface TreatmentC-1  COV/JOHFSMTNA31 0 0 Feb=20 Apr=20 Jul=20 $13 
2603A 2020 Rubberized Asphalt Chip Seal C-1 cou cr RIC Sh OD i — oR 
0078V ADA Improvements to Greene Lane MILD: A-31 0 0 Nov-19 Jan-20 Seay H15 
0079P Danielson Pk (Rt 102 - West Greenville Rd) SCI W000 77 > Em Mi 
0082D 1-95 (Charles St - Lonsdale Ave) PAW; PVD 32 00 i Reo Re M45 
0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) SCI 32 00 Ss Eo GE s15 
0172N Rt 1A, Old Post Rd Charlestown CHA A32 0 0 2G SEO 86D 08 
0079B Rt5- Lambert Lind Hwy C-1 (Mayfield Ave - I-95) CRA; WAR 210 7? i> Em 41 
10 $30 
TRAFFIC 
0091P HSIP - Crosswalk & Sign Enhancements co ee ao M5 
2603P_HSIP - Crosswalk & Signal Improvements 2020 CRASMID/NKS;N A330 0 =| = S14 
T 
0153K HSIP - Intersection Safety Improvements - 2020 EyD A33 0 0 Aug-20 Oct-20 MOSEaT 0.9 
2601Y HSIP - Roadway Departure Mitigation - 2020 STATEWIDE 6 A333) C23 
00701 HSIP - Signalization of Allens Ave. C-5 PVD A33 0 0 eee Gio See 331 
2602L STC -|-295 SB at Bald Hill Rd WAR 33 00 Seo ee 513 
2602M STC Improvements - 2020 SNR SERM toad, 0) 0 Jul-20 Sep-20 Aug-21_— $1.0 
0 0 $12 
Number of In design Advertised In Construction Complete Total 12 15 $352 


Projects: 0 0 3 18 = 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 

FFY21 

BRIDGE 

2603N Rt 146 Reconstruction LIN;NER NOME ABS A 2 Jul-21 = Mar-22 

2603F Bridge Group 32 - I-95 CRA; PVD A356 2 0) s—“(<iéi 

0016N Bridge Group 35 - 1-295 SMI 35 10 Zi im 

2602X Bridge Group 45C_H - Cottrell WES A306—CU 1 Ol ssiéa DT 

0013D Bridge Group 51B - Rt 37 C-3 CRA; JOH A35)06OC6l 1 SD a Bisun-26 $965.4 

0201L Bridge Group 57J - Browning Mill EXE A-36 0 2 Jan-21 Mar-21 $0.6 

2604M Bridge Group 57T-10 - I-195 Washington North Phase 2(R PR; PVD A3606OU3 (0) MD (iets 26 $59.5 

0014N Bridge Group 59C - Reservoir Ave RR PVD A366 11 (00 SS iu -24 G79 

0032B Bridge Group 69E - Hunts Mills EPR A366 1 (0)0= i asic -23 $55 
19 5 $347 

PAVEMENT 

2604C 2021 Crack Sealing North, South, CentralRegionsC-1 STATEWIDE ~.37 0 0 Meee Meyea 8 866GEB (fog 

2604A 2021 Paver Placed Surface Treatment C-1 STATEWIDE AT 0 03:22 

2604B 2021 Rubberized Asphalt Chip Seal C-1 STATEWIDE AT 00 122 

0083R Birch Swamp & Schoolhouse Rd (Market St-LongLn) = WRN a) 6(l0l0l 3,7 

0012X 1-195 Relocation - C-19 - Parks/Bridge Compltion PVD 37)6l0 Ole sCDCCih05 

2604D 1-95 SB High Speed Lane Resurfacing EXE; WGR A383 00 Bea at me 402 

0050B Pell Bridge Ramps - Phase 2 NPT A383 0 3 BOM@O GGRRAM  dec-24 $580 
0 3 $68 

TRAFFIC 

0091U HSIP - Intersection Safety - Route 6 & 7 Fos;son;sct;s 38 0 0 i Hi EM 25 

2604G HSIP - Intersection Safety - Rt 37 & Natick Ave CRA A383 00 Co Ea mye 321 

2603S HSIP - Roadway Departure Mitigation - 2021 GeeuENyouerw AGG | 0 i 

0025Z Intersection Safety Improvements 2019 C-2 JOH; PVD; A39 0 0 Seal Hegeed ABEE2S $4.6 

0011U Mileage Based Exit Renumbering C-4: |-95 (Re-advertised) CRA/EGR/EXE/E A390 0 lO) 

C;WAR;WGR 

0162D SRTS - C-4 (Wrn) WRN A3906C0 0s se CCitet'-24 93,7 
0 0 $15 

STORMWATER 

2601W Rt 4 - Post Rd (NKS) - Drainage NKS 33060 0 i g55 
0 0 $6 

OPERATING 

0131N Salt Storage Facility - Pawtucket Eat A-36 0 0 May-21 Aug-21 a 19 
0 0 $2 

Number of In design Advertised In Construction Complete Total 19 8 $437 


Projects: 0 0 8 16 24 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY22 
BRIDGE 
0188A Barrington & Warren Bike Path Bridges BAR; WRN o20 ki iz 
0031Z Bridge Group 13B - Rt 146 C-2 LIN; PVD A40 0 3 feeEe2 feyea2 
0013T Bridge Group 14 - Rt 99 CUM; LIN A40 0 4 Bae BeeEa 
2603G Bridge Group 33A - I-295 Providence St. WST 4010 ii” ii 
0016Q Bridge Group 37 - 295 Mendon cum A40 1 0 Meym22 MagRag 
0016R Bridge Group 39 - Rt 146 LIN;NPR A4| 4 0 MEE feayee 
0016U Bridge Group 42A WAR; WST “112 i im 
2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) CHA; RIC “110 ma im 
2603R Davisville RR Bridge NKS A411 0 Gea meee 
119 
PAVEMENT 
2605C 2022 Crack Sealing C-1 STATEWIDE — A.42 0 (Feb=22) §ep=22) 
2605A 2022 Paver Placed Surface Treatment C-1 STATEWIDE ~A42 0 0 2 Haz 
2605B 2022 Rubberized Asphalt Chip Seal C-1 STATEWIDE ~A42 0 0 [2 Haz 
0074Q Airport Connector & Rt 1/4A Post Rd. WAR A42 0 0 eee Maye 
0082S Boston Neck Rd & South County Tr Rene Ade 1) 0 May-22 = Jul-22 
0082N East Shore Expwy & Wampanoag Tr BAR; EPR A432 0 0 WSGxe2a 8 feeea2 
2604S 1-95 (Connecticut S/L to Baker Pine Rd.) HOP; RIC A43 0 0 Seed fame 
2605G Interstate Resurfacing (I-95 and 1-295) ne oe Boeee2) 4862) 
0082U Rt 138A - Aquidneck Ave (E Main Rd- Green End Ave) = MID sooo ki iz 
2605V Statewide Resurfacing STATEWIDE A443 0 0 z= Gea 
2605U US-6, RI-94, Reynolds Rd, & East Rd ena Ot May-22 = Jul-22 
0 0 
TRAFFIC 
2604N HSIP - High Risk Rural Roads Improvements 2021 CRA;EXE;FOS A.44 0 0 [BE ABEEaa 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 adnan ae a Ee eee 
2603U_ HSIP - Intersection & Crosswalk Improvements East Bay- MIDs POR A-44 0 0 Jan-22 Apr-22 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 COV:HOPISKS;WA44 0 0 Nov-21  Feb-22 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) LIN;NPR;PVD A.45 0 0 (eee Gane 
2605X Statewide Congested Corridor Upgrades STATEWIDE A45 0 0 Sep-22) Feb-23 
0 0 
OPERATING 
0131P Salt Storage Facility - Newport NPT A41 0 0 (aaa GBpEa 
0 0 
TRANSIT 
9009B Pawtucket/Central Falls Transit Center Parking Lot row A-45 0 0 Mar-22 Jun-22 
9005V Providence Station Improvements SOGR EVD A45 0 0 Mar-22 Jun-22 Dec-25 $20.7 
0 $25 
Number of In design Advertised In Construction Complete Total 11 9 $250 


Projects: 0 0 17 12 29 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY23 
BRIDGE 
2605F Bridge Group 13E - West River PVD A46 1 0 GRREBS MOGRBR oct-25 G59 
2601R Bridge Group 17B - BUR BUR A46 0 3 (Bees MEMEZS 8 sun-26 $124 
2606V Bridge Group 17D - BUR BUR 44 11 Ee He ovun-25 987 
1500B Bridge Preservation Program 2022 C-1 PVD A46 010 (SSR HEBRBR ay-24 $47 
0016H Corridor - Tower Hill Rd NKS; SKS A461 0 BRB Nov-23 Jun-26 NA 
3 14 $53 
PAVEMENT 
2606Q 2023 Crack Sealing C-1 STATEWIDE A47 0 0 Lz ze Epes sis 
2606N 2023 Paver Placed Elastomeric Surface Treatment C-1 STATEWIDE 47 Q 0 [@BEOS MAYERS 8 Nov-23 $67 
2606P 2023 Rubberized Asphalt Chip Seal C-1 STATEWIDE A47 0 0 MES  MAyR2B 8 sun-24 $43 
2605R Pavement Improvements - BAR, EPR, WRN BAR;EPR;WRN A-47 0 Q  [MBBMB Dec-23  Aug-25 NA 
2605P Pavement Improvements - CHA, WES CHA; WES A47 0 0 Jun-23 Aug-23 Jun-25 $16.8 
2605Q Pavement Improvements - CUM CUM A48 0 0 Sep-23 Dec-23 Sep-25 NA 
2606U Pavement Improvements - Mendon Rd WNS A48 0 0 May-23 Aug-23 Dec-24 $4.5 
2605N Pavement Improvements - Putnam Pike & Reservoir Rd = BUR# GLO A-48 0 0 Aug-23 Dec-23 May-25 NA 
2604X Pavement Improvements - WAR C-1 WAR A48 0 0 Sep-23 Jan-24 Jun-25 NA 
00 $72 
TRAFFIC 
2605Y HSIP - Intersection & Crosswalk - 2023 ce hae “0 0 Ges lt -24 $3.0 
2606R HSIP - Intersection & Crosswalks North-Central - 2022 (Re BUR/LINsNSMsP A-4Q 0 0 CAC 24 $35 
2605W Pawtucket Bridge Lighting and Bridge Strike Detection Syst ESR;PAW;wstT ~4g 0 0 (BERQA  GAREBS sun-24 $32 
0102R Rt 138 & Rt 112 Roundabout RIC A4o 60 (00S MR i BCisiay-25 $3.6 
2606A Statewide Systemic Safety Improvements STATEWIDE A-50 0 0 Oee=22) Dec-22 Jun-24 $4.8 
0 0 $18 
TAP 
2606L Airport Connector Landscaping WAR A48 0 0 Mar-23 Jun-23 Jun-24 $7.0 
0026Q Washington Secondary Bike Path Resurfacing COU CSERMRE SAAS 0D HMiec-230— Oct-25 NA 
00 $12 
Number of In design Advertised In Construction Complete Total 3 14 $156 


Projects: 0 6 14 1 21 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY24 
BRIDGE 
2605M Bridge Group 02 - Foster FOS A-51 3 0 May-24 Jul-24 May-26 NA 
2603M Bridge Group 04_R - I-95/RT 10 CRA;PVD;WAR A-51 12 2 Jan-24 Jul-24 Jun-31 NA 
2608E Bridge Group 17A - |-295 CUMp OMI A-51 2 0 Jan-24 May-24 Nov-26 NA 
2602D Bridge Group 17C - Newell and Sneech CUM A-51 11 Jul-24 Oct-24 Aug-26 NA 
2601P Bridge Group 42C - Greene Bridges CoV A-51 2 0 Sep-24 Dec-24 May-27 NA 
2602V Bridge Group 44_H - Nonquit TIV A-52 1 0 Aug-24 Nov-25 Jun-27 NA 
2606K Bridge Group 46_R - Lafayette RR NKS A-52 0 1 Mar-24 Jun-24 Jul-25 NA 
2607J Bridge Group 51C - RI-37 C-4 CRA;WAR A-52 6 2 Feb-24 Aug-24 Oct-28 NA 
2604Y Bridge Group 97 - Warwick Corridor nes A-52 2 0 Oct-23 Mar-24 Nov-27 A 
29 6 $628 
PAVEMENT 
2605S Corridor — Route 7 LIN;NPR; SMI A-53 0 0 Oct-23 Feb-24 Oct-25 NA 
0082P Pavement Improvements - East Main Rd MID; POR A-53 0 0 Dec-23 Mar-24 Jul-26 NA 
0138C Pavement Improvements - Hartford Ave C-3 JOH; PVD A-53 0 0 Sep-24 Jan-25 Nov-26 NA 
2606Z Pavement Improvements - JAM (Resiliency) JAM A-54 0 0 Jan-24 Apr-24 Oct-24 NA 
2606H Pavement Improvements - LCM, TIV LCM; TIV A-54 0 0 Apr-24 Jul-24 Jun-26 NA 
0076M Pavement Improvements - School St oN A-54 0 0 Jun-24 Oct-24 Apr-26 NA 
0 0 $75 
TRAFFIC 
2606W HSIP - Intersection & Crosswalk - 2024 CRA;NKS;PVD — A-54 0 0 Aug-24 Nov-24 Aug-26 NA 
2605Z HSIP - Roadway Departure - 2024 C-1 HOP;WAR;WGR A-54 0 0 Apr-24 Jul-24 Jul-26 NA 
2607S Statewide Congested Corridor Upgrades 2024-2025 SLATENIDE A55 0 0 Jun-24 Sep-24 Nov-25 NA 
0 0 $15 
OPERATING 
2607C 2024 Crack Sealing C-1 STATEWIDE A-52 0 0 Mar-24 Jun-24 Nov-24 NA 
2607A 2024 Paver Placed Elastomeric Surface Treatment C-1 ST ATEWE DE A-53 0 0 Mar-24 Jun-24 Nov-24 NA 
2607B 2024 Rubberized Asphalt Chip Seal - C-1 EW Le A-53 0 0 Mar-24 Jun-24 Apr-25 NA 
0 0 $10 
Number of In design Advertised In Construction Complete Total 29 6 $728 


Projects: 21 0 0 0 21 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter +/- Comments 
0016H Corridor - Tower Hill Rd Achieved Advertisement. 
Advertise 8/31/2023 8/22/2023 9 
2605Q Pavement Improvements - CUM Achieved Advertisement. 
Advertise 9/30/2023 9/27/2023 NS 
2605N Pavement Improvements - Putnam Pike & Reservoir Rd Achieved Advertisement. 
Advertise 8/31/2023 8/18/2023 is 
2604X Pavement Improvements - WAR C-1 Achieved Advertisement. 
Advertise 9/30/2023 9/25/2023 NN 
0026Q Washington Secondary Bike Path Resurfacing Achieved Advertisement. 
Advertise 9/30/2023 9/29/2023 
0074Q Airport Connector & Rt 1/1A Post Rd. Contractor delay and consultant omission. 
Substantially Complete 10/31/2023 7/31/2024 Raa 
2605F Bridge Group 13E - West River Accelerated NTP. 
NTP 10/31/2023 8/23/2023 NGO 
2601E Bridge Group 51A - Rt 37 C-2 Contractor delay. 
Substantially Complete 8/31/2023 8/31/2024 RBGB 
2605Y HSIP - Intersection & Crosswalk - 2023 Accelerated NTP. Substantial Completion adjusted to reflect revised schedule. 
NTP 10/31/2023 8/22/2023 NO 
Substantially Complete 6/30/2025 10/31/2024 | 42 
2605P Pavement Improvements - CHA, WES Accelerated NTP. 
NTP 9/30/2023 8/23/2023 NB 
2606U Pavement Improvements - Mendon Rd Accelerated NTP. 
NTP 9/30/2023 8/21/2023 NAG 
0082U Rt 138A - Aquidneck Ave (E Main Rd - Green End Ave) Contractor delay and material fabrication delay. 
Substantially Complete 8/31/2023 8/31/2024 (NBG 
0162D SRTS - C-4 (Wrn) Contractor delay. 
Substantially Complete 8/31/2023 10/31/2024 ea 
2606Q 2023 Crack Sealing C-1 Accelerated Completion. 
Substantially Complete 11/30/2023 9/1/2023 (N90 
2603F Bridge Group 32 - I-95 Accelerated Completion. 
Substantially Complete 11/30/2023 8/11/2023 (NAH 
0004D Broad St Regeneration Accelerated Completion. 
Substantially Complete 9/30/2023 8/8/2023 (NBS 
2603U HSIP - Intersection & Crosswalk Improvements East Bay - 2021 Accelerated Completion. 
Substantially Complete 9/30/2023 7/30/2023 (N62 
0131P Salt Storage Facility - Newport Accelerated Completion. 


Substantially Complete 6/30/2024 9/22/2023 NBA 


Budget Changes Since Last Quarter 


PTS NAME Last Current +/- 
Quarter Quarter 


In Construction 


2605F — Bridge Group 13E - West River $7.282 $10.47 Revised for NTP budget. 

2605Y — HSIP - Intersection & Crosswalk - 2023 $5.050 $5.676 Revised for NTP budget. 

2605P = Pavement Improvements - CHA, WES $21.820  $22.626 Revised for NTP budget. 

2606U = Pavement Improvements - Mendon Rd $10.158 $8.280 Revised for NTP budget. 

Subtotal 

Complete 

0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI $6.801 $6.461 Revised for project closeout. 

0004D —_Broad St Regeneration $18.228  $22.006 Budget increased due to utility relocation. 
0114T ‘1-295 Bridges Contract | $23.485  $23.646 Unanticipated additional overhead charges. 
Subtotal 


Total 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0188A Barrington & Warren Bike Path Bridges BRIDGE A-40 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
0082N East Shore Expwy & Wampanoag Tr PAVEMENT A-43 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) PAVEMENT A-17 
2605R Pavement Improvements - BAR, EPR, WRN PAVEMENT A-47 
2601U SRTS - C-1A (Bar) TRAFFIC A-28 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
BRISTOL 

2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2601G Bridge Group 44A - Silver Creek BRIDGE A-23 
0071P Metacom Avenue - HSIP TRAFFIC A-20 
BURRILLVILLE 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
2601R Bridge Group 17B - BUR BRIDGE A-46 
2606V Bridge Group 17D — BUR BRIDGE A-46 
2601A Bridge Group 43A - Mohegan BRIDGE A-30 
0201A Bridge Group 58B - Railroad Ave BRIDGE A-13 
2606R HSIP - Intersection & Crosswalks North-Central — 2022 (Re-advertised) TRAFFIC A-49 
2605N Pavement Improvements - Putnam Pike & Reservoir Rd PAVEMENT A-48 
CENTRAL FALLS 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0004D Broad St Regeneration PAVEMENT A-26 
CHARLESTOWN 

2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) BRIDGE A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-19 
2605P Pavement Improvements - CHA, WES PAVEMENT A-47 
0172N Rt 1A, Old Post Rd Charlestown PAVEMENT A-32 
COVENTRY 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 


2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 


PTSID Project Name 


Type Appendix 

0114W Bridge Group 12A - Sandy Bottom BRIDGE A-22 
2601P Bridge Group 42C - Greene Bridges BRIDGE A-51 
0201B Bridge Group 58E - Barbs Hill Rd BRIDGE A-13 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0025E Coventry - Local Safety Improvements TRAFFIC A-8 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
2605Z HSIP - Roadway Departure - 2024 C-1 TRAFFIC A-54 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) PAVEMENT A-27 
OO80E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0026P Trestle Trail Bridges - West TAP A-18 
0026Q Washington Secondary Bike Path Resurfacing TAP A-49 
CRANSTON 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
2603M Bridge Group 04_R - I-95/RT 10 BRIDGE A-51 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-11 
2603F Bridge Group 32 — 1-95 BRIDGE A-35 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-24 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-35 
2607) Bridge Group 51C - RI-37 C-4 BRIDGE A-52 
0194C Bridge Group 59A - Park Ave RR BRIDGE A-14 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0025F Cranston - Local Safety Improvements TRAFFIC A-9 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
2606W HSIP - Intersection & Crosswalk - 2024 TRAFFIC A-54 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave TRAFFIC A-38 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0114T |-295 Bridges Contract | BRIDGE A-2 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0170B Replacement of the Park Avenue Bridge No. 480 Superstructure BRIDGE A-14 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-20 
0130E Rt 2 - Reservoir Ave (Sockanosset Cross Rd - Rt 12) PAVEMENT A-17 


PTSID 


Project Name 


Type Appendix 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-32 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-21 
0026Q Washington Secondary Bike Path Resurfacing TAP A-49 
CUMBERLAND 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
0013T Bridge Group 14 - Rt 99 BRIDGE A-40 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
2608E Bridge Group 17A - I-295 BRIDGE A-51 
2602D Bridge Group 17C - Newell and Sneech BRIDGE A-51 
0016Q Bridge Group 37 - |-295 Mendon BRIDGE A-40 
0145Q Bridge Group 48A - Howard Rd BRIDGE A-13 
0014M Bridge Group 62 - Manville Br BRIDGE A-24 
0004D Broad St Regeneration PAVEMENT A-26 
0114S Cumberland I-295 Corridor Bridges (37T - |) BRIDGE A-1 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I|-295 Cumberland TRAFFIC A-19 
2605Q Pavement Improvements - CUM PAVEMENT A-48 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
OO80E STC Misc Improvements 2018 TRAFFIC A-29 
EAST GREENWICH 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-23 
0156D Bridge Group 58A - Division St BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
2605Z HSIP - Roadway Departure - 2024 C-1 TRAFFIC A-54 
0011U Mileage Based Exit Renumbering C-4: |-95 (Re-advertised) TRAFFIC A-39 
2605W Pawtucket Bridge Lighting and Bridge Strike Detection Systems TRAFFIC A-49 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
EAST PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
0017B Bridge Group 49 - Henderson BRIDGE A-30 
2604M Bridge Group 57T-10 - |-195 Washington North Phase 2 (Re-advertised) BRIDGE A-36 


PTSID 


Project Name 


Type Appendix 
0032B Bridge Group 69E - Hunts Mills BRIDGE A-36 
0082N East Shore Expwy & Wampanoag Tr PAVEMENT A-43 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-1 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
0013M |-195 Corridor Bridges (77) BRIDGE A-2 
2605R Pavement Improvements - BAR, EPR, WRN PAVEMENT A-47 
0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) PAVEMENT A-27 
0131M Salt Storage Facility - East Providence OPERATING A-25 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-21 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
EXETER 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0201L Bridge Group 57J - Browning Mill BRIDGE A-36 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-38 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
FOSTER 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2605M Bridge Group 02 - Foster BRIDGE A-51 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
GLOCESTER 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-9 
2605N Pavement Improvements - Putnam Pike & Reservoir Rd PAVEMENT A-48 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-20 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-17 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
HOPKINTON 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 


PTSID 


Project Name 


Type Appendix 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
2604S I-95 (Connecticut S/L to Baker Pine Rd.) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: |-95 (Re-advertised) TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-4 
0165V Woodville Road Improvements PAVEMENT A-8 
JAMESTOWN 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
2606Z Pavement Improvements - JAM (Resiliency) PAVEMENT A-54 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
JOHNSTON 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-6 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-11 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0114V Bridge Group 357-8 - I-295 C-3 BRIDGE A-12 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-35 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
0114U |-295 Bridges Contract 2 BRIDGE A-2 
00252 Intersection Safety Improvements 2019 C-2 TRAFFIC A-39 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0138C Pavement Improvements - Hartford Ave C-3 PAVEMENT A-53 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) PAVEMENT A-18 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-3 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
01732 US Route 6 Hartford Ave PAVEMENT A-8 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
LINCOLN 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2603N Rt 146 Reconstruction BRIDGE A-35 
OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0031Z Bridge Group 13B - Rt 146 C-2 BRIDGE A-40 


PTSID Project Name 


Type Appendix 
0013T Bridge Group 14 - Rt 99 BRIDGE A-40 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016R Bridge Group 39 - Rt 146 BRIDGE A-41 
00142 Bridge Group 62T-11 - Louisquisset Pk BRIDGE A-14 
2605S Corridor — Route 7 PAVEMENT A-53 
2606R HSIP - Intersection & Crosswalks North-Central — 2022 (Re-advertised) TRAFFIC A-49 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0076M Pavement Improvements - School St PAVEMENT A-54 
0165) Railroad St (Manville Hill Rd - Rt 126) PAVEMENT A-17 
0081W Route 146 Improvements PAVEMENT A-7 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
LITTLE COMPTON 
2606H Pavement Improvements - LCM, TIV PAVEMENT A-54 
0173S Snell Road Improvements PAVEMENT A-7 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
MIDDLETOWN 
0078V ADA Improvements to Greene Lane PAVEMENT A-31 
0011E Aquidneck Avenue HSIP TRAFFIC A-19 
0076Z Aquidneck Avenue Improvements TRAFFIC A-19 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2603U HSIP - Intersection & Crosswalk Improvements East Bay - 2021 TRAFFIC A-44 
0082P Pavement Improvements - East Main Rd PAVEMENT A-53 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-27 
0082U Rt 138A - Aquidneck Ave (E Main Rd - Green End Ave) PAVEMENT A-43 
NARRAGANSETT 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0162G SRTS - C-2 (Nar) TRAFFIC A-29 
2602M STC Improvements - 2020 TRAFFIC A-34 
NEWPORT 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-27 
0050B Pell Bridge Ramps - Phase 2 PAVEMENT A-38 
0131P Salt Storage Facility - Newport OPERATING A-41 


NORTH KINGSTOWN 


PTSID 


Project Name 


Type Appendix 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-23 
2606K Bridge Group 46_R - Lafayette RR BRIDGE A-52 
0015B Bridge Group 46A - Lafayette Rd BRIDGE A-13 
0016H Corridor - Tower Hill Rd BRIDGE A-46 
2603R Davisville RR Bridge BRIDGE A-41 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2606W HSIP - Intersection & Crosswalk - 2024 TRAFFIC A-54 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
2601W Rt 1 - Post Rd (NKS) - Drainage STORMWATER A-38 
2602M STC Improvements - 2020 TRAFFIC A-34 
NORTH PROVIDENCE 
2603N Rt 146 Reconstruction BRIDGE A-35 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016R Bridge Group 39 - Rt 146 BRIDGE A-41 
2605S Corridor — Route 7 PAVEMENT A-53 
0081W Route 146 Improvements PAVEMENT A-7 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 
2602M STC Improvements - 2020 TRAFFIC A-34 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
NORTH SMITHFIELD 
2603N Rt 146 Reconstruction BRIDGE A-35 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
0021U Blackstone Bikeway 8C TAP A-8 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-11 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0114) Bridge Group 38T-12 - Rt 146 Farnum Pk BRIDGE A-12 
0145C Bridge Group 53 - Union Village RR BRIDGE A-30 
2605S Corridor — Route 7 PAVEMENT A-53 
2606R HSIP - Intersection & Crosswalks North-Central — 2022 (Re-advertised) TRAFFIC A-49 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-20 
0013L Route 146 Corridor Bridges (38) BRIDGE A-3 
0073S Rt 146 Guide Signs - C-1 - North TRAFFIC A-20 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 


PTSID Project Name Type Appendix 
PAWTUCKET 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0013N Bridge Group 03 - I-95 BRIDGE A-22 
0004D Broad St Regeneration PAVEMENT A-26 
01925 High Friction Surface Treatment - I-95 Curves Pawtucket, Route 24, Route 37 TRAFFIC A-28 
0082D I-95 (Charles St - Lonsdale Ave) PAVEMENT A-32 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-2 
0082C I-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-6 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-7 
2605W Pawtucket Bridge Lighting and Bridge Strike Detection Systems TRAFFIC A-49 
9007Q Pawtucket/Central Falls Commuter Rail Station and Bus Hub TRANSIT A-21 
9009B Pawtucket/Central Falls Transit Center Parking Lot TRANSIT A-45 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-3 
0131N Salt Storage Facility - Pawtucket OPERATING A-36 
PORTSMOUTH 

2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
0007C East Main Road 1R Improvements PAVEMENT A-6 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603U HSIP - Intersection & Crosswalk Improvements East Bay - 2021 TRAFFIC A-44 
0082P Pavement Improvements - East Main Rd PAVEMENT A-53 
0081R Route 24 Improvements PAVEMENT A-7 
0131L Salt Storage Facility - Portsmouth OPERATING A-16 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
PROVIDENCE 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2603N Rt 146 Reconstruction BRIDGE A-35 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0013A Bridge Group 01 - PVD BRIDGE A-22 
2603M Bridge Group 04_R - I-95/RT 10 BRIDGE A-51 
0013P Bridge Group 06 - PVD BRIDGE A-11 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-11 
2605F Bridge Group 13E - West River BRIDGE A-46 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0017E Bridge Group 16T-13 - Woonasquatucket Br BRIDGE A-12 


PTSID 
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2603F Bridge Group 32 — 1-95 BRIDGE A-35 
0017G Bridge Group 38C - Geneva Pond BRIDGE A-12 
0114xX Bridge Group 40A - Hawkins BRIDGE A-23 
0015D Bridge Group 40B - Bath St East BRIDGE A-23 
0017B Bridge Group 49 - Henderson BRIDGE A-30 
2604M Bridge Group 57T-10 - |-195 Washington North Phase 2 (Re-advertised) BRIDGE A-36 
0014N Bridge Group 59C - Reservoir Ave RR BRIDGE A-36 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp BRIDGE A-14 
0018B Bridge Group 75T-5 - I-95 Viaduct NB BRIDGE A-30 
1500B Bridge Preservation Program 2022 C-1 BRIDGE A-46 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
2606W HSIP - Intersection & Crosswalk - 2024 TRAFFIC A-54 
2606R HSIP - Intersection & Crosswalks North-Central — 2022 (Re-advertised) TRAFFIC A-49 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-33 
00701 HSIP - Signalization of Allens Ave. C-5 TRAFFIC A-33 
0013M |-195 Corridor Bridges (77) BRIDGE A-2 
0012Q I-195 Relocation - C-17 - Waterfront Parks PAVEMENT A-16 
0012T I-195 Relocation - C-18 - Gano St PAVEMENT A-16 
0012X I-195 Relocation - C-19 - Parks/Bridge Compltion PAVEMENT A-37 
0082D 1-95 (Charles St - Lonsdale Ave) PAVEMENT A-32 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
00252 Intersection Safety Improvements 2019 C-2 TRAFFIC A-39 
9003E Materials Lab - Quality Assurance OPERATING A-24 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-3 
0138C Pavement Improvements - Hartford Ave C-3 PAVEMENT A-53 
9005V Providence Station Improvements SOGR TRANSIT A-45 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-3 
0081W Route 146 Improvements PAVEMENT A-7 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-21 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
RICHMOND 

OO086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 


PTSID 
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2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0170C Baker Pines Bridge No. 593 BRIDGE A-1 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) BRIDGE A-41 
0143C Bridge Group 54A - Kingston Rd Bridge BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2604S I-95 (Connecticut S/L to Baker Pine Rd.) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0102R Rt 138 & Rt 112 Roundabout TRAFFIC A-49 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-4 
0165V Woodville Road Improvements PAVEMENT A-8 
SCITUATE 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-6 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0173G Central Pk & Battey Meetinghouse Rd PAVEMENT A-27 
0079P Danielson Pk (Rt 102 - West Greenville Rd) PAVEMENT A-31 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
0173K Rockland Rd (Central Pk to Danielson Pk) PAVEMENT A-17 
0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) PAVEMENT A-32 
0081Y Rt 6 - (Rt 102 - Rt 101) PAVEMENT A-28 
0173Z US Route 6 Hartford Ave PAVEMENT A-8 
SMITHFIELD 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
0013R Bridge Group 10 - I-295 BRIDGE A-30 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
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0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
2608E Bridge Group 17A - I-295 BRIDGE A-51 
0016N Bridge Group 35 - I-295 BRIDGE A-35 
2605S Corridor — Route 7 PAVEMENT A-53 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Crossings TRAFFIC A-20 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-17 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-29 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
SOUTH KINGSTOWN 
OO086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
0082S Boston Neck Rd & South County Tr PAVEMENT A-42 
0016H Corridor - Tower Hill Rd BRIDGE A-46 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-8 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-9 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-6 
O055L Old Tower Hill Rd (Rt 108 - Rt 1) PAVEMENT A-27 
STATEWIDE 
0084C 2017 Crack Sealing Limited Access OPERATING A-4 
0084B 2017 Crack Sealing North and East Regions OPERATING A-4 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-4 
0105C 2018 Crack Sealing Limited Access OPERATING A-15 
0105F 2018 Crack Sealing North and East Regions OPERATING A-15 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-15 
0105H 2018 Crack Sealing South and Central Regions C-2 PAVEMENT A-25 
2602B 2019 Crack Sealing North and East Regions C-1 PAVEMENT A-25 
2602C 2019 Crack Sealing South and Central Regions C-1 PAVEMENT A-25 
2604C 2021 Crack Sealing North, South, Central Regions C-1 PAVEMENT A-37 
2604A 2021 Paver Placed Surface Treatment C-1 PAVEMENT A-37 
2604B 2021 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-37 
2605C 2022 Crack Sealing C-1 PAVEMENT A-42 
2605A 2022 Paver Placed Surface Treatment C-1 PAVEMENT A-42 
2605B 2022 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
2606Q 2023 Crack Sealing C-1 PAVEMENT A-47 
2606N 2023 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-47 
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2606P 2023 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-47 
2607C 2024 Crack Sealing C-1 OPERATING A-52 
2607A 2024 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-53 
2607B 2024 Rubberized Asphalt Chip Seal - C-1 OPERATING A-53 
0025) High Friction Surface Treatments 2016 TRAFFIC A-9 
2601Y HSIP - Roadway Departure Mitigation - 2020 TRAFFIC A-33 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Improvements 2019 C-1 TRAFFIC A-28 
2605X Statewide Congested Corridor Upgrades TRAFFIC A-45 
2607S Statewide Congested Corridor Upgrades 2024-2025 TRAFFIC A-55 
0073J Statewide Pavement Striping Eastbay 17-18 OPERATING A-5 
2605V Statewide Resurfacing PAVEMENT A-43 
0025P Statewide Road Diet 2017 TRAFFIC A-10 
2606A Statewide Systemic Safety Improvements TRAFFIC A-50 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-10 
TIVERTON 
OO086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2602V Bridge Group 44_H - Nonquit BRIDGE A-52 
2606H Pavement Improvements - LCM, TIV PAVEMENT A-54 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
WARREN 
0188A Barrington & Warren Bike Path Bridges BRIDGE A-40 
0083R Birch Swamp & Schoolhouse Rd (Market St - Long Ln) PAVEMENT A-37 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-20 
2605R Pavement Improvements - BAR, EPR, WRN PAVEMENT A-47 
0162D SRTS - C-4 (Wrn) TRAFFIC A-39 
WARWICK 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
0074Q Airport Connector & Rt 1/1A Post Rd. PAVEMENT A-42 
2606L Airport Connector Landscaping TAP A-48 
2603M Bridge Group 04_R - I-95/RT 10 BRIDGE A-51 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0016U Bridge Group 42A BRIDGE A-41 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-24 
2607) Bridge Group 51C - RI-37 C-4 BRIDGE A-52 


PTSID 
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Type Appendix 
0014D Bridge Group 59B - Centerville Rd BRIDGE A-14 
2604Y Bridge Group 97 - Warwick Corridor BRIDGE A-52 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2605Y HSIP - Intersection & Crosswalk - 2023 TRAFFIC A-49 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
2605Z HSIP - Roadway Departure - 2024 C-1 TRAFFIC A-54 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0201V I-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 
0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-2 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-6 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
2604X Pavement Improvements - WAR C-1 PAVEMENT A-48 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-20 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-32 
2602L STC — I-295 SB at Bald Hill Rd TRAFFIC A-33 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
0026Q Washington Secondary Bike Path Resurfacing TAP A-49 
WEST GREENWICH 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0143A Bridge Group 57K - Big River BRIDGE A-13 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2605Z HSIP - Roadway Departure - 2024 C-1 TRAFFIC A-54 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-38 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-4 
WEST WARWICK 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
2603G Bridge Group 33A - I-295 Providence St. BRIDGE A-40 
0016U Bridge Group 42A BRIDGE A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
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2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2605Z HSIP - Roadway Departure - 2024 C-1 TRAFFIC A-54 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
2605W Pawtucket Bridge Lighting and Bridge Strike Detection Systems TRAFFIC A-49 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
0026Q Washington Secondary Bike Path Resurfacing TAP A-49 
WESTERLY 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
2602X Bridge Group 45C_H - Cottrell BRIDGE A-35 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-44 
00722 HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-19 
2605P Pavement Improvements - CHA, WES PAVEMENT A-47 
0081) Rt 78 (Rt 1 - Conn S/L) PAVEMENT A-28 
2602M STC Improvements - 2020 TRAFFIC A-34 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
WOONSOCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0021U Blackstone Bikeway 8C TAP A-8 
0021S Blackstone River Bikeway - 8B-1 TAP A-18 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-9 
2606U Pavement Improvements - Mendon Rd PAVEMENT A-48 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-29 


